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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at thetime the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 
will be highlighted in green, those trending over budget willbe highlighted by the general public. Completed phases will be shown with full dates and 
red. shaded fields. Status identifies the current phase the project is in: Design, 
Advertise, In Construction, & Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 


# of months late: 


Other NA $3,115 NA $2,966 Anticipated Completion at NTP: ae 


ad ae Rey (30.765) ate % Construction Change Order: 2% 
= - - Design as Percent of Construction: NA 
on ae eee ~ Other as Percent of Construction: 20% 

Design: Includes costs for design contractor/consultant Performance 

Construction: Includes costs for construction contractor services Anticipated Completion at NTP: Identifies the substantial completion 
Other: Includes costs for right-of-way acquisitions, utility work, date which was established at the Notice to Proceed (NTP) phase 
project oversight # of Months Late: Displays the difference between the Anticipated 
Contingency: Budgeted value to be utilized to address unforeseen Completion at NTP with the current Schedule Complete date. 
issues. Contingency value is a reflection of the risk remaining on the Positive values indicate that the project is behind schedule and are 
project. highlighted in red; negative values indicate that the project is ahead 
Budget Contingency: At notice to proceed, budget contingency is of schedule and are highlighted in green. 

typically set at 5% of low bid. % Construction Change Orders: Ratio of the value of approved 
Schedule Contingency: At notice to proceed, schedule contingency is change orders versus the original contract award value 

typically set at 10% of the contract duration. Deviations from this Design as percent of Construction: Ratio of the budget values for 
standard may occur due to winter shutdown. Winter shutdown Design versus Construction 

typically takes place from December 15 from April 15 but is weather- Other as percent of Construction: Ratio of the budget values for Other 
dependent. costs for producing the project versus Construction. 


Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design line, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time 
0-6 months behind 
6-12 months behind 


0-5% 
On-Budget 
Over Budget ais 
2 10%+ 
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Project Summary Lists 
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Changes from Last Quarter 
Changes to Schedule this QUArtED...... eee eeceeeeceeeeeceeeeceeeeeeeeeeeesaeeceeeesaeeesaeesaeesseeceeesaeessaeesaeeesaeeeaaeeeaeseaaeseaaeseaeeeeaaase A-60 
Changes to Budget this QUartEl cscs cessescecassctsceuscsiesietedeadectienseousedssbadcsteceadetsetiensdeadesnesevsetiaba dbedea deste dansebdastaaediedtndeoetudestess A-62 


Index of Projects by Municipality 
lindex of Projects by MUNICIPALITY. 2c: 03: doscesieseescixeccestsien tees path stesdstieneets aga tee cesta vended Baie ans ees ease aes A-63 
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FFY16 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [Ll6-Dec-15 | 23-Mar-16 | 22-May-18 | 
Design $0.171 $0.186 $0.015 $0.141 
Construction $5.700 $5.829 $0.129 $5.306 fc F ; a 
Other $1885  §1.819  ($0.066) $2.116 ge eect ai a aUNnE: ema ns 
Se a ee ee (30.078) its % Construction Change Order: 1% 
or - : - Design as Percent of Construction: 3% 
Piste: Otay INBE BRIDGE pal Other as Percent of Construction: 31% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.400 $0.408 $0.008  $0.408 
Construction $2.400 $2.236 ($0.164) $2.236 cee : ; fon 
Other $1.376 $1,025 ($0.350) $1.023 peer cores Cee te 31-May-18 
Contingency $0.100 $0.000 (S$0.100) $0.000 BACeACCHan cyan Ones 5% 
Ves $4.276 $3.670 $3.667 Design as Percent of Construction: 18% 
IEMs BEE NRE SP RIDGE Legacy Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.275 $0.479 $0.204  $0.330 
Construction $4.900 $5.655 $0.755 $5.061 ae : . : 
Other $3.970  $3.218 ($0.752) $2.447 eed aeNte: means May-21 
Contingency $0.245 $0.038  ($0.208) $0.000 a Car trietion Change eran 15% 
fetal 39.390 39.390 37.837 Design as Percent of Construction: 8% 
peti aicie EYFESBRINGE aa Other as Percent of Construction: 57% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | NGA =pee= 16 |S 0=Nover | 
Design $0.310 $0.385 S0.075 $0.180 
Construction $5.000 $5.000  $0.000 $3.552 ee : ; omen 
Other $2167 $2104 ($0.063) $0.914 a acecoee aaa a SEEN ERS 
Contingency $0.263 $0.250 ($0.013) $0.000 oAGencruiction Grange Oren 3% 
otal $7.739 $7.739 34.645 Design as Percent of Construction: 8% 
PISUBE eset MAES RIN BIE: ERIS) Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.166 $0.126  (S0.040) $0.113 
Construction $3.375 $3.375 $0.000 $3.182 we . . _ 
Other $2.824  §2.980 $0.156 $2.651 a Aalererr e oes Eas 1-Aug-18 
Contingency $0.126 $0.000 (S0.126) $0.000 9% Censtruction Change Order “A% 
Total 36.491 36.481 35.946 Design as Percent of Construction: 4% 
PTSID: 0144E Pe RIDGE bebeey Other as Percent of Construction: 88% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.400 $0.430 $0.030 $0.393 
Construction $1.205 $1.205  $0.000 $1.176 — Syne 
Other $1,142  $1.118 ($0.024) $0.968 peta ees ieee Me 
Contingency $0.060 $0.054  (S0.006) $0.000 Seances Gaenee Order 3% 
otal 32.807 32.807 32.537 Design as Percent of Construction: 36% 
EisiD; OTe6 INPESERIDGE Ee 9) Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: }05-Oct-18 
Design $0.350 $0.375 $0.025 $0.094 
Construction $2.629 $2.709 S0.079 $2.683 seg . : 
Other $1615 $1620 $0,005 $§1.265 Se a aineaae to ada artes 31-May-19 
Contingency $0.131 $0.022 ($0.110) $0.000 aKConsthuction chanee Onder: A 
Total 34.726 34.726 $4.041 Design as Percent of Construction: 14% 
FISD. Bae TYPE PURGE Legacy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-16 [O6=Sep>1e' 
Design $2.516 $2.516 $0.000 $0.654 
Construction $9.387 $9.387 $0.000 $9.526 oer . ; 
Other $2.675  $2.672 ($0.03) $1.057 pie caer a BtNIE saul 
Contingency S0.469 S0.469 $0.000 $0.000 oe cantercenian Grenee Orden 2% 
eal $15,047 _$15.044 311.237 Design as Percent of Construction: 27% 
SOLES) UMS EE pena Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Jul-16 | 15-Nov-16 | 11-May-18 
Design S0.859 $0.934 S0.075 $0.555 
Construction $5.700 $5.700 50.000 55.850 = : . 
Other $2.031  $1.985 ($0.047) $0.963 ee anne i 
Contingency $0.285 $0.257  ($0.029) $0.000 SF canstiction change Gee 7%; 
otal 38.875 38.875 37.367 Design as Percent of Construction: 16% 
PISIpy Olay eal EeGeey Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: ia) cea a 
Design S0.895 $0.916 $0.021 S0.870 
Construction $8.168 $8.268 $0.100 $8.256 a ; ; 
Other $2,294 §2.414 $0120 $2.134 bincias Senos gC NIE: pi Oct 
Contingency $0.385 $0.144  ($0.241) $0.000 OA HU Tn Grange Order 7% 
Weel $11,742 $11,742 $11.260 Design as Percent of Construction: 11% 
ee JUNE EIS EIGE Legacy Other as Percent of Construction: 29% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L23-Sep-16 | 21-Dec-16 | 20-Nov-17 
Design S0.180 $0.236 S0.056 $0.201 
Construction $1.927 $2.128 $0.201 $2.128 a ; ; ae 
Other $1.040  $0.616 ($0.424) $0.586 ee aCNTr: Reece 
Contingency S0.096 S0.000 (S0.096) $0.000 oA Banstruiction Change Ordex 11% 
otal 33.243 32.981 32.915 Design as Percent of Construction: 11% 
PESID, 2012L EER ee Epeaty Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-May-16 ]| 13-Sep-16 | 16-Apr-19 
Design $1.250 $1.265 $0.015 $1.442 
Construction $16.971 $16.975 $0.004 $16.514 Re : ; 
Other $2.913  §2.898 ($0.015) §3.713 HS coke ala ab Ne: eameleaets 
Contingency S0.763 $0.759  (S0.004) $0.000 eaeonenton renee One’ 3% 
otal $21.897 $21.897 921.668 Design as Percent of Construction: 7% 
EISID Gone NEE BRIOGE beeacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.159 $0.159 $0.000 $0.135 
Construction S0.500 S0.500 S0.000 S0.450 a : : 
Other $0.642  $0.204 ($0.437)  $0.179 ill eee ane: SEMEN EET: 
Contingency $0.025 $0.023 ($0.003) $0.000 aa Construction Change race 0% 
oe! $1,325 30.885 30.764 Design as Percent of Construction: 32% 
PIS) enn NEES BUGe Ereaey Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.200 $1.262 $0.062 $1.025 
Construction $7.700 $8.124 S0.424 5$7.736 ae : : 
Other $4.174  $3.553_($0.621) §2.769 et tae pau ae NUE 31-Mav-20 
Contingency $0.385 $0.000 ($0.385) $0.000 UC Canatuan chance Grien 8% 
otal $13.459_512.940 311.529 Design as Percent of Construction: 16% 
PISID: O118A UN AB? EVIE Ee) Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.200 $0.200 S0.000 $0.186 
Construction $1.700 $1.700 S0.000 $1.681 eg , : 
Other $1549  §1.557  $0.008 $0.838 ee een: 31-May-12 
Contingency $0.085 $0.077. (S0.009) $0.000 3% Construction Ghaneé Order: 9%, 
Total $3.534 $3.534 $2.706 Design as Percent of Construction: 12% 
PisIBe OT56C PE eee peeacy Other as Percent of Construction: 92% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 2e>sim=ho)|/Oseotmn= 0s 
Design S0.300 $0.301 $0.001 $0.114 
Construction $4.500 $4.500 S$0.000 $4.414 a : ; oe 
Other $1,531 $1555 $0.024 $1.473 eta ar NE sO SDS 
Contingency $0.250 $0.225  ($0.025) $0.000 Seances Gaenee Order 1%; 
otal 36.581 36.581 36.001 Design as Percent of Construction: 7% 
PIs aoe UME eA PISIE Eseacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $2.941 $3.222  $0.281 $3.078 
Construction $15.200 $12.880 (S2.320) $13.442 seg . : : : 
Other $2.368 $1692 ($0.676) $1.757 i aineae teal apn: SERPS 
Contingency S0.760 $0.000 (S$0.760) $0.000 aKConsthuction chanee Onder: 1% 
rot $21,269 517.794 $18.278 Design as Percent of Construction: 25% 
EISID: QO02N SNES Pee Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.350 S0.350 $0.000 $0.364 
Construction $1.300 $1.710 $0.410 $1.812 oer . ; 
Other $1.069 $1,069  $0.000 $1.061 fp caer a ae NIE: ees 
Contingency $0.106 $0.000 ($0.106) $0.000 S Gannaeton Ghanae Bee no 
eal $2.825 33.129 33.237 Design as Percent of Construction: 20% 
es UMS EP le pena Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [01-Mar-16 | 13-Jun-16 | 17-Sep-16 
Design S0.000 S0.000 $0.000 S0.000 
Construction $0.201 $0.201  $0.000 $0.186 “2 : : poner 
Other $0.122 $0.110 ($0.012) $0.056 sill oa at NTE: pamslaets 
Contingency $0.055 $0.055 $0.000 $0.000 ae Construction Chae Gnlen 0% 
roe! 30.378 30.366 30.243 Design as Percent of Construction: NA 
PISIDE O0ES AYRES OPERATING Lepacy Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: L° 
Design S0.000 S0.000 50.000 S0.000 
Construction $0.197 $0.197 $0.000 $0.177 ie : : ee 
Other 0.333 $0.333. $0000 $0074 SS de lac ae 30-5en-16 
Contingency $0.025 $0.025 $0.000 $0.000 Scan eteetan crenee Orden 0% 
evel $0.555 $0.555 $0.250 Design as Percent of Construction: NA 
Ee oalleets EEO EERAUNS pene Other as Percent of Construction: 169% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [09-Mar-16 | 14-Jun-16 | 17-Sep-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.202 $0.202 S0.000 $0.185 a : . ete 
Other $0.223  $0.223 $0.000 —-$0.160 ee aN 30-5ep-16 
Contingency $0.024 $0.024 $0.000 $0.000 a nceietan Change Gree 0% 
ota 30.449 30.449 30.344 Design as Percent of Construction: NA 
PiSID 208s" EE PERS Eeeaey Other as Percent of Construction: 110% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 S0.010 $0.000 $0.000 
Construction $0.658 $0.658  $0.000 $0.508 Re : : 
Other $0.474 §0.474  $0.000 $0,431 nS cet ils 31-Oct-16 
Contingency S0.008 S0.008 S$0.000 $0.000 Gao nection renee One’ "13% 
otal $1.150 91.150 $0.939 Design as Percent of Construction: NA 
PUM (elthest NBS EEoINe beeacy Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Nov-15 | 01-Mar-16 | 18-May-17 
Design S0.100 S0.500 S0.400 $0.188 
Construction S6.000 $6.195 $0.195 $6.005 a : : 
Other $0.969  $0.290 ($0.679) $0.016 fill eee are: 30-dun-17 
Contingency $0.315 $0.000 (S0.315) $0.000 as Construction Change race 0% 
oe 37.384 36.985 36.210 Design as Percent of Construction: 8% 
Epp Ota IRE: OPERETING eisai Other as Percent of Construction: 5% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [04-Mar-16 | 26-May-16 | 31-May-17 | 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.185 $1.185 $0.000 $1.144 nae : ; 
Other $0.403  $0.403 $0.000 $0,118 paneer oe aa aus ental Mav-17 
Contingency S0.040 S0.040 $0.000 $0.000 Croan een an cranee One 2% 
otal 31.628 31.628 31.262 Design as Percent of Construction: NA 
PME IAA UN eS lea NS peeeey Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [16-Mar-16 J 02-May-16 | 27-Oct-17 
Design S0.000 S0.000 $0.000 (S0.018) 
Construction $2.400 $2.080 (S0.320) $2.069 eg : : : . 
Other $0.538  $0.685  $0.147 $0.638 ee aes 30-Nov-12 
Contingency $0.090 $0.005 (S$0.085) $0.000 3% Construction Ghaneé Order "19% 
ots! $3.028 32.770 32.689 Design as Percent of Construction: NA 
PisiRe 0073 Pipe A PEROnINS Legacy Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 16-Jun-16 | 16-Nov-17 
Design S0.000 S0.000 $0.000 $0.000 
Construction 53.143 53.148 $0.005 $2.399 oe ; ; eae 
Other $0.507  $0.602  $0.095 $0.564 elated eet le ee sears 
Contingency $0.100 $0.000 (S$0.100) $0.000 Sennen as change Order 1% 
Vee! 33.750 33.750 32.964 Design as Percent of Construction: NA 
SID eaten NEE OPERATING peace) Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $2.100  $1.680 ($0.420) $1.671 - . —— 
Other $0.577.  $0.667 +$0.091_ $0.561 Se eco alla eet: Reem 
Contingency $0.100 $0.000 ($0.100) $0.000 oConstruction hanes Orden 19% 
ro $2.77 $2.347 $2,232 Design as Percent of Construction: NA 
PisID O073K yPe OPERATING Legacy Other as Percent of Construction: 40% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | [OS=Dec=17 
Design $0.295 $0.117. ($0.178) $0.107 
Construction 52.850 $3.379 $0.529 53.323 Ses : : E : 
Other $0.952  $1.041  $0.089 $1.037 eee ae: pi PoC I! 
Contingency $0.143 S0.000 (S0.143) $0.000 96 Construction Change Order: 19% 
fate 34.239 34.537 34.467 Design as Percent of Construction: 3% 
Estes 00/26 PEE PAVEMENT EeBasy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-16 ]| 21-Jun-16 | 23-Aug-17 
Design $0.250 $0.173 (S0.077) $0.173 
Construction $4.559 $4.181  ($0.378) $4.181 we : : rari 
Other $1.446 $1878  $0.432 $1,878 ee coe alee BENTE: eames 
Contingency $0.228 $0.000 (S$0.228) $0.000 Secret Ghance onien 10% 
Level 36.483 36.232 36.232 Design as Percent of Construction: 4% 
piel oeies UVa VA MENT pena Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.300 S0.280 (S0.020) $0.240 
Construction $3.871 $3.566 (S0.305) $3.566 a ; . ite 
Other $1.043  $0.855 ($0.188) $0.855 CU aac aa ae SIO ct 
Contingency $0.174 $0.000 ($0.174) $0.000 Be serie ai Charge Sider: “2%, 
Hotel $5.388 $4,701 $4.661 Design as Percent of Construction: 8% 
pilD 2073 a Legacy Other as Percent of Construction: 24% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Z Gl Mei29=pee=17| 
Design S0.200 $0.215 $0.015 S0.063 
Construction $2.600 $2.600 $0.000 $2.701 — ee 
Other $1.000  $0.970 ($0.030) $0.855 eee ou le es elt 
Contingency $0.150 $0.165 $0.015  $0.000 Ceara as Gaenee Order 5% 
otal 33.950 33.950 33.619 Design as Percent of Construction: 8% 
ISIE nde) MAES MEE! paeaey Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 30-Nov-16 
Design S0.370 $0.371 $0.001 $0.158 
Construction $2.600 $2.700 S0.100 $2.663 seg . : : c 
Other $1391  $1.173  ($0.218) $0.961 ee apn: 30-Nov-16 
Contingency $0.158 $0.000 ($0.158) $0.000 aKConsthuction chanee Onder: 10% 
Total 34.518 $4,243 33.781 Design as Percent of Construction: 14% 
EISID: -OO70N EXPE. rev EES Leesty Other as Percent of Construction: A3% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Jul-16 | 28-Sep-16 | 18-Nov-16 
Design $0.072 $0.056 ($0.016) $0.056 
Construction $0.688 $0.601  (S0.087) $0.601 oer . : eee 
Other $0.321  $0.287 —($0.034) $0.287 pple caer a SUE estes 
Contingency $0.062 $0.000 (S$0.062) $0.000 oe eaenUcTOn eaanee Oden "13% 
eal $1.143 30.944 30.944 Design as Percent of Construction: 9% 
SI ReUEEG UMS Bean aM pone Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Sep-16 [S=Novely 
Design $0.115 $0.093 (S0.022) $0.093 
Construction $2.417 §2.327._($0.090) $2.327 _ ron 
Other $0.806  §0.704 ($0.102) $0.704 ee ae NTE: 2 OCLA 
Contingency $0.151 $0.000 (S0.151) $0.000 % Construction Change Order -A% 
Total 33.488 $3.124 $3.124 Design as Percent of Construction: NA 
PTSID:: OO55K GE Eevee Leek) Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [15-Jan-16 | 12-Apr-16 | 
Design $0.300 $0.057 (S0.243) $0.047 
Construction $6.700 $8.361  $1.661 $7.602 a ; ; aoe 
Other $6.216  $5.248  ($0.968) $4.948 bincias en asa el Zo Sor 18 
Contingency $0.450 $0.000 (S0.450) $0.000 OA HU Tn Grange Order 26% 
uote $13.666 $13,666 $12.597 Design as Percent of Construction: 1% 
SEE eee NEE PAVEMENT Legacy Other as Percent of Construction: 63% 


FFY16 


renters 


Complete 


Advertise NTP 


Schedule: | 31-Mar-16 | 26-Jul-16 | 09-Jun-17 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 4% 
Other as Percent of Construction: 72% 


Complete 


Budget Spent 
Initial Projected Difference To Date 
Design $0.100 $0.053 ($0.047) $0.000 
Construction $1.200 $1.247 $0.047. $1.185 
Other $0.896 $0.897 $0.001 $1.089 
Contingency $0.054 $0.000 (S$0.054) $0.000 
Total $2.250 $2.197 $2.274 
PTSID: 0021R TYPE: TAP/OTHER Legacy 
TRAFFIC 
Budget Spent 
Initial Projected Difference To Date 
Design $0.161 $0.137 ($0.024) $0.117 
Construction $1.700 $1.726 $0.026 $1.446 
Other $0.543 $0.567 $0.024 $0.396 
Contingency $0.077 $0.050 ($0.026) $0.000 
Total $2.480 $2.480 $1.958 
PTSID: 0153P TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design S0.070 S0.070 $0.000 $0.068 

Construction $2.300 $2.300 $0.000 $2.245 

Other $1.331 $1.331 S$0.000 S$0.883 

Contingency $0.134 $0.134 $0.000 $0.000 

Total $3.835 53.835 $3.196 
PTSID: 0091K TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.100 $0.191 $0.091 $0.068 

Construction $1.029 $0.840 ($0.189) $0.860 

Other $0.566 $0.320 (S0.246) $0.680 

Contingency $0.039 $0.131 $0.092 $0.000 

Total $1.734 $1.482 $1.608 
PTSID: 0102) TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.000 $0.072  $0.072 $0.072 

Construction $1.761 $1.609 ($0.153) $1.609 

Other $0.739 $0.848 $0.109 $0.845 

Contingency $0.135 $0.000 ($0.135) $0.000 

Total $2.635 $2.528 $2.525 
PTSID: 0153R TYPE: TRAFFIC Legacy 


Advertise NTP 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 33% 


Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 6% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 58% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: -6% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 38% 


Advertise NTP 


Complete 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 53% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [02-Jan-16 ] 31-May-16 | 09-Jun-17 
Design $0.025 $0.026 $0.001 $0.025 
Construction $2.136 $2.131  ($0.005) $2.055 a ; ; aaa 
Other $0.771  $0.997 $0.226 $1.275 ee aur: 37 Jul 7 
Contingency $0.113 S0.000 (S0.113) $0.000 SA Gonetriction Change Ordex 1% 
otal 33.045 33.154 33.354 Design as Percent of Construction: NA 
PII BOyaY Uleea Sade beeeey Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Sep-16 | 20-Dec-16 | 31-Oct-17 
Design $0.230 $0.230 $0.000 $0.168 
Construction $1,235 $1.260 $0.025 $1.199 ae : ; 
Other $0.822  $0.828  $0.006 $0.796 HS coke lla 31-Oct-17 
Contingency S0.062 $0.031 ($0.031) $0.000 BACoAC He tion chenee Grace 7%; 
otal 32.349 $2.349 $2,163 Design as Percent of Construction: 18% 
ETSI bosom de sell eladle Eeeeoy) Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-16 | 02-May-17 | 24-Aug-18 | 
Design $0.329 $0.171 ($0.158) $0.146 
Construction $2.512 $2.553 $0.041 $2.395 ae . ; 
Other $1393  $1.561  $0.168 $1.359 fill eee eENie: 31-Dec-18 
Contingency $0.251 $0.023 ($0.228) $0.000 DA CReLICOR Change Onan 6% 
Hoel 34.485 $4,308 33.901 Design as Percent of Construction: 7% 
Epp teen iE RAE pected Other as Percent of Construction: 61% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Dec-15 | 31-Jul-16 [31-Oct-17 
Design S0.000 S0.000 $0.000 $0.000 
Construction $3.980 $3.980 $0.000 $3.942 ae . : 
Other $0.838  $0.833 ($0.005) $0.785 ee taie pau ab NLS 31-Oct-17 
Contingency S0.000 S0.005 S$0.005 $0.000 oP Gene tietion cranes One 8% 
otal 34.818 34.818 34.726 Design as Percent of Construction: 
SEE Eos IPE URGE papacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [02-Mar-16 | 01-Jun-16 | 14-Apr-17 
Design $0.125 $0.125 S0.000 S0.066 
Construction S0.978 S0.978 50.000 S0.873 eg : : 
Other $0.951  $0.951  $0.000 $0.657 ee gee: 31-May-12 
Contingency $0.050 $0.050 $0.000 $0.000 3% Construction Ghaneé Order: 0% 
Total $2.104 $2.104 $1.596 Design as Percent of Construction: 13% 
ES noe Tires TRAPEG psbaey Other as Percent of Construction: 97% 


FFY16 


Budget Spent Advertise Complete 
Initial Projected Difference To Date Schedule: 
Design $0.250 $0.115 ($0.135) $0.115 
Construction $0.528 $0.465 (S0.063) $0.465 _ : : eee 
Other $0.300 $0482 $0.182 $0.482 pte ees le es cea 
Contingency $0.036 $0.000 (S$0.036) $0.000 : peers ; ' 
Total $1.113 $1.061 $1.061 % Construction Change Order: 1% 
: . Design as Percent of Construction: 25% 
a eeeeaes TREE AES peecey Other as Percent of Construction: 104% 


A- 10 


FFY 2017 PROJECTS 
Insert A 


FFY17 


FFY17 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-May-17 ] 01-Feb-18 
Design $0.343 $0.343 $0.000 $0.318 
Construction S6.957 $6.957 S0.000 $5.963 os F . Pee 
Other $1.711  $1.875 $0.164 $1.818 Sg eect ail a aUNTE: pERela ay 
Contingency S0.400 S0.236 (S0.165) $0.000 of Construction Change order 6% 
gore) $9.411 39.410 38.099 Design as Percent of Construction: 5% 
pelp ae TYEE UBRIBSE Eeeeey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 S0.000 $1.151 
Construction $5.797 $6.009 $0.212 $6.005 ee ‘ ; ee 
Other $3.700  $3.700  $0.000 $1,409 ae eleee cones Cee te. 31-Jul-20 
Contingency $1.958 $1.746  ($0.213) $0.000 eeanecton cyan Omer 7% 
Ves $12.610__$12.610 $8.564 Design as Percent of Construction: 19% 
FEMes REAL NSE SP RIDGE Legacy. Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [32 
Design $0.534 $0.629 $0.095 $0.528 
Construction $15.915 $16.025 $0.110 $15.534 ees : . - 
Other $2.731  $2.601 ($0,130) $1.905 ee ed aeNtr: 21 May 20. 
Contingency $0.875 $0.800 (S0.075) $0.000 ee eaneucion Change eran 1% 
fetal $20.055_$20.055 $17,967 Design as Percent of Construction: 4% 
PISID: O18 PPE BRIDGE paced Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-17] 24 
Design S0.637 S0.637 S0.000 $0.631 
Construction $2.056 $2.056 $0.000 $1.964 a ; ; Beans 
Other $1,300  $1.360  $0.060 §0.927 ie eee aaa SNE 30-3e0-13 
Contingency $0.163 $0.103  ($0.060) $0.000 BP GOnehintGn crenge Oren 8% 
otal $4.156 $4.156 $3.521 Design as Percent of Construction: 31% 
PSU ER ASE INGE EOI Ereaey Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 ] 28-Feb-18 | 16-Aug-19 
Design S0.700 $0.932 $0.232 $0.911 
Construction $12.450 $13.657 $1.207 $13.196 -_ ; ; : 
Other $2.753  $2.556 ($0.197) $2.541 sale ae een: 30-Nov-19 
Contingency S0.700 S0.000 (S0.700) $0.000 9% Censtruction Change Order 10% 
Total 316.603 __ 917.145 316.648 Design as Percent of Construction: NA 
PTSID: 0143W ayEe« BRIDGE Lewary Other as Percent of Construction: 19% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [Sd iiasiie 
Design $2.532 $2.532 S0.000 $2.499 
Construction $12:373 512.779 $0.406 $12.218 _ : : vee 
Other $4.122 $4.260 $0.138 $2.110 eens ar NE SSEURE 
Contingency $1.670 $1.127  ($0.544) $0.000 Ceara as Gaenee Order 2% 
otal 320.697 __$20.697 316.827 Design as Percent of Construction: 20% 
PIE eet UM Es EIN IPISIE EEeaty Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: HENS £8] 37-Jul-20) 
Design $1.749 $1.749 S0.000 $1.586 
Construction 534.533 $34.533 S$0.000 $33.987 a . : : c 
Other $3.285 $3.285  $0.000 $2.421 Se a aineae to adlal eet: SEEN 
Contingency $3.047 $3.047. $0.000 $0.000 a CanshLicHon Change Hider: 1% 
Total $42.613 342.613 $37.994 Design as Percent of Construction: 5% 
EnsIR: OLA SYPERe eee pola Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Sep-17 | 27-Mar-18 | 15-Dec-20 
Design 50.846 $0.796 (S0.050) $0.720 
Construction $16.907 $19.283 $2.376 $18.225 oer . ; 
Other $3.535  §2.509 ($1,026) $2.477 pple cater a BE NLE: EEN 
Contingency $1.350 $0.050 ($1.300) $0.000 ri cinerea renee Orden 19% 
eal $22.638__ 522.638 921.422 Design as Percent of Construction: 4% 
eee UME SIE SE ponagy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 | 28-Mar-18 
Design S0.872 $1.072 S0.200 S0.968 
Construction $15.400 $21.000 55.600 $15.699 = : . - 
Other $2.089  $2.204 $0115 $1.582 a ete pais ae NTE: 30-Apr-21 
Contingency S0.800 $0.585 (SO0.215) $0.000 o Canstruction Change Order 37% 
Total $19.161__$24.861 $18.248 Design as Percent of Construction: 5% 
PTSID: 0114R AE Balle Leeary Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Sep-17 
Design $1.534 $1.534 S0.000 $1.533 
Construction $19.229  $19.271 $0.042 $16.080 a ; ; rae 
Other $2.615  §2.968  $0.353  $4.265 bincias Sen as ENG 31-Dec-19 
Contingency $1.900 $1.505  ($0.395) $0.000 OA HU Tn Grange Order 0% 
uote $25.278 $25,278 $21.877 Design as Percent of Construction: 8% 
PIES aS TMA EIN EIGE Eeeaty Other as Percent of Construction: 15% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.460 $0.579 $0.119 S0.377 
Construction $8.477 $8.891 $0.414 $8.566 a . ; os 
Other $1.453  $1.369 ($0.083) $1.490 ee acne: eee 
Contingency S0.450 S0.000 (S0.450) $0.000 SA Gonetriction Change Ordex A% 
total $10.840_$10.839 310.434 Design as Percent of Construction: 7% 
PIsiD DTaN TNFE? BRIDGE Legacy Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Sep-17 | 12-Dec-17 | 13-Nov-18 | 
Design $0.600 $0.560 ($0.040) $0.552 
Construction $6.800 $7.200 $0.400 $7.085 ae : ; eee 
Other $1512  $1.149 ($0.363) $0.956 HS cet Alaa Ue 30-Jun-19 
Contingency $0.350 $0.000 (S$0.350) $0.000 eaeoneCnton crenge One’ 9%, 
otal 39.261 $8.909 $8.592 Design as Percent of Construction: 8% 
Pes wee Mes EIS IGE Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $250.630 $268.720 $18.090 $138.215 a : : 3 
Other $121.776 $109.276 ($12.500) $21.803 fill eee ar NTE: SLE KTeerae! 
Contingency $37.595 532.004 (S5.590) $0.000 9% Construction Change Order: 0% 
ror $410.000_ 410.000 paeecre Design as Percent of Construction: 
PB eure Pes BESe beeany Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 18-Nov-19 | 
Design S0.650 $1.250 $0.600 S$0.859 
Construction $9.400 $7.400 ($2.000) $9.511 nae : ; Pore 
Other ($0.067) $2.856  $2.923 $1.899 eee ames ae NUE 31-Dec:19 
Contingency $1.410 $0.710  ($0.700) $0.000 Garon atti cnenee Order: 13% 
Uae $11.393_$12.216 312.269 Design as Percent of Construction: 17% 
PTSID; GO1SL WN ABs EVI SE pebaey Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 30-Sep-17 | 11-Jan-18 ] 17-Apr-19. 
Design $0.379 $0.379 S0.000 S0.367 
Construction $1,511 $1.579 $0.068 $1.581 Se ; ; Seas 
Other $0.824 $0824  $0.000 §0.654 ee een: 31-May-19 
Contingency $0.075 $0.007. (S$0.068) $0.000 3% Construction Ghaneé Order: 5% 
ots! $2.789 32.788 $2,602 Design as Percent of Construction: NA 
Pislb: OOL4r EE eee LeBacy Other as Percent of Construction: 52% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 | 24-Jul-20 
Design $0.150 $0.331 $0.181  $0.284 
Construction $12.320 $12.320 $0.000 $10.993 — ee 
Other $5.220 $4,085 ($1.135) $2.610 eee one ar NE cian 
Contingency $1.358 $0.162  ($1.196) $0.000 Seances Gaenee Order: "1% 
istal $19.048 $16.898 $13.886 Design as Percent of Construction: NA 
PMe2e BEBE INGE ESIC pee! Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [30-Apr-17 | 24-Jan-18 | 31 
Design $0.425 $0.530 $0.105 $0.391 
Construction $12.137. $12.137  $0.000 $11.978 - . : ee 
Other $3,032  $3.198  $0.166 $1.681 Se inact ala annie: Rem eae 
Contingency $1.214 $0.942  ($0.272) $0.000 oe Construction Chaneé Onde: 6% 
Jotal $16.808 $16.808 $14,050 Design as Percent of Construction: 4% 
PIsiby OTIAE TEE BRIDGE Legacy Other as Percent of Construction: 26% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 [28-Sep-17 | 
Design S0.000 $0.000 $0.000 S0.000 
Construction $0.500 $0.500 S0.000 S0.475 oa : : dee 
Other $0.327 $0.327 $0.000 $0,161 fe cece aa ae Sle Oct 
Contingency S0.066 S0.066 S0.000 $0.000 % Construction Change Order “5% 
Total 30.893 30.893 30.636 Design as Percent of Construction: 
Peel O0eae ENV Es Oren ane Leeacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544  $0.000 $0.495 ee : : Pe 
Other $0.322 $0322 $0,000 $0.159 ee cee alee au NEE: sme 
Contingency $0.066 $0.066 $0.000 $0.000 Sree erter ae caanee orden 0% 
oral 30.932 30.932 30.653 Design as Percent of Construction: 
BENE ee MBE SORE SeTNs poeacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Spore Ueto os 
Design $0.000 $0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 S$0.554 i . ; aes 
Other $0.322  $0.300 ($0.022) $0.269 Uae aa ae eee) 
Contingency S0.066 S0.066 $0.000 $0.000 SE eRtinn ai change Biden A 
otal $0.966 $0.966 $0.823 Design as Percent of Construction: 
PTSID: 0084A TYRES OPERATING Legacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000  $0.000 
Construction S118? $1.182 $0.000 $0.899 — gran 
Other $0.449  $0.494 $0.045 —-$0.360 eta oes as cite Leas 
Contingency $0.113 $0.068  ($0.045) $0.000 Ceara as Gaenee Order “1% 
Vee 31.744 31.744 31.259 Design as Percent of Construction: NA 
PIES ee EE ROE ERSUINS peo) Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.863 $1.978 $0.115 $1.900 seg . : a ee 
Other $0,429 0.314 ($0.115) §0.181 Anticipated pice at NTP: 30-Jun-18 
: # of months late: 
Contingency $0.133 $0.133 $0.000 $0.000 % Construction Change Order: 3% 
rot $2.425 $2.425 $2,081 Design as Percent of Construction: 
PISID: GO8EX ere Oren Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-17 | 31-May-17 | 31-Oct-18 
Design $0.000 $0.000 $0.000  $0.000 
Construction $2.011 $1.816  ($0.195) $1.664 oer . ; ees 
Other $0.839  $0.716 ($0.123) $0.657 pie caer a BtNIE: al 
Contingency $0.252 S0.430 $0.178 $0.000 Sra nterCeTan Grenee Orden "17% 
Vee 33.101 32.962 32,321 Design as Percent of Construction: 
pe eeuN EE eR ERIN Lena Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 aaa y= 9 
Design $0.422 $0.443 $0.021 S0.288 
Construction 55.198 $5.348 $0.150 $5.336 a4 . ; : 
Other $1.076  $1.506 $0.429 1.464 ee auth oe S 
Contingency $0.635 S0.000 (S0.635) $0.000 % Construction Change Order 3% 
Total $7.331 $7.296 37.089 Design as Percent of Construction: 8% 
peSIDE 0201 PE Dee rvalillisa Eseeey Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.046 S0.046 S0.000 S0.000 
Construction $1.929 $1.929  $0.001 $1.612 am ; ; ete 
Other $0.406  $0.466  $0.060 $0.409 bincias Sen asd eee 31-May-19 
Contingency $0.140 $0.080 ($0.061) $0.000 OA HU Tn Grange Order "16% 
Weel $2,521 $2,521 $2,021 Design as Percent of Construction: 2% 
PUES ae SEE E SSNS [eeacy Other as Percent of Construction: 24% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 25-Jan-18 | 27-Jul-18 | 
Design $0.133 $0.133 S0.000 S0.066 
Construction $1.100 $1.123 $0.023 $1.123 si , : eepes 
Other $0.847 $0.388 ($0.459) $0.349 fb ances oa aENTE: 31-Aug-18 
Contingency $0.055 $0.000 ($0.055) $0.000 SA CaneiGHOn Change Gee 10% 
Total $2.135 $1.643 $1.538 Design as Percent of Construction: 12% 
pe es Tne: EEVENT Eeeoey Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L27-Dec-16 | 28-Apr-17 | 06-Dec-18 | 
Design S0.500 S0.500 $0.000 $0.122 
Construction $6.200 $6.606 $0.406 $6.010 =f : : Cate 
Other $2.437  $2.317_($0.120) §2.049 oi aeera aaa BUN etal eke 
Contingency $0.314 $0.028  ($0.286) $0.000 Ce eae Grange Once 7%, 
Uae 39.451 39.451 38.180 Design as Percent of Construction: NA 
PIE elueyac ae EVEN peeacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.600 S0.380 (S0.220) $0.380 
Construction S6.786 $6.682 (S0.103) $6.682 See : : : : 
Other $1.093  $0.955 ($0.138) $0.955 fcc aaa anes pte 
Contingency $0.339 S0.000 (S0.339) $0.000 % Construction Change Order 1% 
Total 38.817 38.017 38.017 Design as Percent of Construction: 6% 
bio: BOeen TYPE PAVEMENT LeEacy Other as Percent of Construction: 14% 
Budget Spent NTP 
Initial Projected Difference To Date Schedule: 
Design S0.400 S0.420 $0.020 $0.218 
Construction $3.000 $3.000  $0.000 $1.605 ee : : Stee 
Other $1317 $1337 $0.020 $0,529 ee coe e e BENTE: pita veer 
Contingency $0.300 $0.260  (S0.040) $0.000 Secret caanee orden "8% 
oral 35.017 35.017 $2.353 Design as Percent of Construction: NA 
SI es (MRE SRA EMEN poedcy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 6=reb= 1s) si=augers 
Design $0.414 $0.414 S0.000 $0.338 
Construction $5.278 $5.278 $0.000 $5.018 ~ ; ; Bee 
Other $1,194  $1.064 ($0.130) $0.778 UU aac al ae 30-sep-18 
Contingency $0.238 $0.000 (S$0.238) $0.000 SE eRtinn ai change Biden 2% 
Total $7.123 $6.756 $6.134 Design as Percent of Construction: 8% 
PISID: 0081 een Legacy Other as Percent of Construction: 20% 


A- 16 


Budget Spent 

Initial Projected Difference To Date 

Design $0.710 $0.710  $0.000 $0.573 

Construction $3.135 $3.135 $0.000 $2.396 

Other $0.941 $0.941 S0.000 $1.271 

Contingency $0.149 $0.149  $0.000 S$0.000 

Total $4.935 $4.935 $4.239 
PTSID: 0081K TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.767 $0.384 (S0.383) $0.384 

Construction $4.751 $4.502  ($0.250) $4.502 

Other $2.197 $0.954 ($1.243) $0.897 

Contingency $0.200 $0.000 ($0.200) $0.000 

Total $7.915 55.840 $5.782 
PTSID: 0081W TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.390 $0.465 $0.075 $0.358 

Construction $4.637 $5.169 $0.532 $4.850 

Other $2.735 $2.420 ($0.315) $1.080 

Contingency $0.300 $0.008  (S0.292) $0.000 

Total $8.062 $8.062 $6.288 
PTSID: 0081R TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.130 $0.205 $0.075 $0.112 

Construction 53.960 $4.094 $0.134 $4.028 

Other $1.242 $1.196  (S0.046) $0.862 

Contingency $0.198 $0.035 ($0.163) $0.000 

Total $5.530 $5.530 $5.002 
PTSID: 0166H TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.110 $0.110 S0.000 S0.070 

Construction $0.880 $0.880 $0.000 $0.744 

Other $0.525 $0.525 S0.000 $0.229 

Contingency $0.044 $0.044  $0.000 S0.000 

Total $1.559 $1.559 $1.043 
PTSID: 0173S TYPE: PAVEMENT Legacy 
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FFY17 


Complete 


Advertise NTP 


Schedule: SUI) | See ais) 
Anticipated Completion at NTP: 31-May-19 
# of months late: [6 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 30% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 21% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Advertise NTP Complete 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 

% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 60% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: moeps UM beca tl Pie sezie: 
Design S0.600 S0.600 S0.000 S0.493 
Construction $5.900 $5.980  $0.080 $4.149 oe ie 
Other $2.238  $2.238  $0.000 $1.434 ee aCNTr: RERUN 
Contingency $0.295 $0.215  ($0.080) $0.000 rancor Change Gree = A% 
mora 39.033 39.033 36.076 Design as Percent of Construction: 10% 
PESIBE Oise Rise Secu etL Legacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 
Design $0.300 $0.132 ($0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 we : ; eae 
Other $1.299  $0.673 ($0.625) §0.673 nS coe lL 30-Nov-18 
Contingency $0.202 $0.000 (S0.202) $0.000 oA Conctetion eens orice "14% 
otal 35.134 93.237 $3.237 Design as Percent of Construction: NA 
PRS eae UME ENE Legacy Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 Ee : : saisens 
Other $0.374 $0.132 ($0.242)  $0.132 fee aaa aun: plea 
Contingency S0.016 S0.000 (S0.016) $0.000 % Canstruction Change Order 0% 
Total 30.715 30.453 30.453 Design as Percent of Construction: 44% 
Psi: OLG6M PIPES CeNATER Leeacy Other as Percent of Construction: 59% 
ae OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [07-Jun-17 | 07-Sep-17 | 13-Nov-18 
Design $0.150 $0.165 $0.015 S0.000 
Construction 52.800 $2.800 S0.000 52.830 ha : : eee 
Other $1.701  $1.686 ($0.015) $1.148 Sie rear geal eer: 31-Oct-19 
Contingency $0.140 $0.140  $0.000 S$0.000 2% Construction Change ener 3% 
Total $4.791 $4.791 $3.978 Design as Percent of Construction: 6% 
PSI. 021M TYRES TEE OUBER Legacy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L05—Dec-16 } 21-1 7 
Design S0.000 S0.000 $0.000 (50.010) 
Construction S41.826  $45.454 $3.629 $37.320 We : : : 
Other $15.572 $15,572 $0,000 $11.213 Abia res oa eee 30-lun-13 
Contingency $4.183 $0.554  ($3.629) $0.000 Bee neaneran Grange Ores 0% 
Ue 361,580 __961.580 sa81522 Design as Percent of Construction: 
PUES Is TYPE: TAP/OTHER Leeae Other as Percent of Construction: 34% 
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TRAFFIC 
Budget Spent 
Initial Projected Difference To Date 
Design $0.040 $0.022 ($0.018) $0.000 
Construction $0.250 $0.000 ($0.250) $0.000 
Other $0.200 $0.453 $0.253 $0.383 
Contingency $0.030 $0.045  $0.015 $0.000 
Total $0.520 $0.519 $0.383 
PTSID: 0025E TYPE: TRAFFIC Legacy 


FFY17 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: ay 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 


Other as Percent of Construction: 


Advertise NTP 


Budget Spent 

Initial Projected Difference To Date 

Design $0.117 $0.067 (S0.050) $0.062 

Construction $0.530 $0.491 ($0.039) $0.491 

Other S0.236 S0.327 $0.092 $0.311 

Contingency $0.050 $0.047. (S0.003) $0.000 

Total $0.933 $0.933 50.863 
PTSID: 0025F TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design S0.260 S0.260 $0.000 $0.224 

Construction $1.531 $1.630 $0.099 $1.289 

Other $1.226 $1.279 $0.053 $1.038 

Contingency $0.153 $0.001 ($0.152) $0.000 

Total $3.170 53.170 $2.551 
PTSID: 0153T TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design S0.040 $0.040 S$0.000 S$0.027 

Construction $0.579 $0.579 $0.000 $0.532 

Other S0.653 S0.661 S0.008 S0.084 

Contingency $0.037 $0.029 (S0.008) $0.000 

Total $1.308 $1.308 50.643 
PTSID: 0025) TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.042 $0.037 ($0.004) $0.000 

Construction $0.700 S0.710 $0.010 $0.668 

Other $0.745 $0.739  (S0.006) $0.451 

Contingency $0.032 $0.032 $0.000  $0.000 

Total $1.518 $1.518 $1.119 
PTSID: 0073Z TYPE: TRAFFIC Legacy 
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Complete 


Schedule: [31-Aug-17 | 30-Nov-17 | 02-Nov-18 | 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 67% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 7% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 78% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 114% 


Advertise NTP Complete 
Schedule: | 22-Sep-17 18-Jan-18 | [| Zil=See=18 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 104% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.330 $0.405 $0.075 $0.159 
Construction $1.468 $1.468 $0.000 $1.354 a : : 2 : 
Other $2.016  $1.949 ($0.068) $0.872 eta ees aU NUE SER Ne 
Contingency $0.075 $0.068  ($0.008) $0.000 Ceara es Gaenee Order 7% 
otal 33.889 33.889 32.385 Design as Percent of Construction: 28% 
Elsib boerk Masai olage EES) Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17] 16-Jan-18 | 02-Nov-18 
Design $0.236 $0.221 ($0.015) $0.073 
Construction $1.100 $1.100  $0.000 $0.934 7 . : ios 
Other $0.414  $0.594 $0.180 $0.424 Se inact alla artes 30-Apr-19 
Contingency $0.165 $0.000 ($0.165) $0.000 oF Construction chanee Onder: "1% 
Total $1.915 $1.915 $1.430 Design as Percent of Construction: 20% 
FISD 201P TPE ERAPEIE Legacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Aug-17 | 21-Nov-17 | 10-Aug-18 
Design S0.065 S0.065 $0.000 $0.000 
Construction $0.549 $0.561 $0.012 $0.435 oer . ; : 
Other $0.430  $0.445  $0.015 $0.260 pple cater a SEN UE: 30-Nov-18 
Contingency S0.055 $0.028  (S0.027) $0.000 Se Cantercenian Grenee Orden "1% 
eal 31.098 31.098 30.695 Design as Percent of Construction: 12% 
ene UME ae pena Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.22-Feb-17 ] 24-May-17 | 29-Jun-18 
Design S0.228 $0.228 S0.000 $0.193 
Construction $1.403 $1.403 $0.000 $1.377 a4 . : Sandie 
Other $0.511  $0.511 $0.000 $0.653 ee anne 32-Jul-18 
Contingency $0.140 $0.140 $0.000 $0.000 ae atch Change Gee 5% 
otal 92.282 92.282 32.223 Design as Percent of Construction: NA 
Eb to! eee EsGeey Other as Percent of Construction: 36% 


FFY 2018 PROJECTS 
Insert A 


FFY18 


FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 | 08-Oct-20 | 
Design $1.237 $1.212 (S0.025) $0.981 
Construction $7.300 $7.500  $0.200 $6.512 = : ; eee 
Other $1853  $2.042 $0189 $1.784 ge eect aia BEN DE: Semblsiowal 
Contingency $0.378 $0.014  ($0.364) $0.000 ean aon Change Giee 138% 
Total $10.768 $10.768 $9.277 Design as Percent of Construction: 16% 
Pie: SOF INES BRIDGE Eeeeey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.819 $0.819 $0.000 $0.652 
Construction $7.695 $7.765 $0.070 $7.446 ee : ; eee 
Other $1529 $1,529  $0.000 $1.134 peber econ cl Be NTE: SEEN 
Contingency $0.385 $0.315  ($0.070) $0.000 Geaneicten cyan Omer 16% 
Ves $10.427 $10.427 $9.232 Design as Percent of Construction: 11% 
lS DEES NRE BRIDGE Lemay. Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [18-Sep-18 | 05-Dec-18 | 31-May-20 
Design S0.998 S0.998 S0.000 S0.882 
Construction $2.664 $2.664 S$0.000 $2.254 a . ; 5 
Other $0895 $0916 $0,021  $1.032 ee ed aE NTE: ie Mavy-20 
Contingency 50.080 $0.059 ($0.021) $0.000 ee eaneucion Change eran 3% 
Total $4.637 34.637 34.168 Design as Percent of Construction: 37% 
PTSID: 0013G PIPE, BRIDGE Eeeaey Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [3 an ee 220) 
Design $1.125 $1.000 ($0.125) $0.756 
Construction $3.633 $4.433 $0.800 $3.687 ee : ; come 
Other $2174 $1,370 ($0.804) §1.044 eo eeececree aaa Bani: 31-May-20 
Contingency 50.180 $0.000 (S$0.180) $0.000 BP GOnehintGn crenge Oren 30% 
otal $7.112 $6.803 $5.487 Design as Percent of Construction: 23% 
PIER NES? MES EIN Eee eet) Other as Percent of Construction: 31% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design 51.480 $1.480 50.000 51.306 
Construction 56.500 $6.500 S0.000 $4.396 23 . . : 
Other $2133 $2133 $0,000 $1.165 salar a ae NTE: ama) May-21 
Contingency $0.625 $0.625 $0.000 $0.000 Se eanerruntion Grange Ghee 3%, 
Total $10.738__ 510.738 $6.866 Design as Percent of Construction: 23% 
PTSID: 0013U TIRE, BRIDGE Lewacy Other as Percent of Construction: 33% 
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FFY18 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 6-Nov-18 | 23-Nov-20 
Design $0.520 $0.520 $0.000 $0.394 
Construction $5.355 $5.519 $0.164 $4.054 oe ; ; ae 
Other $1.830  $1.686 ($0.14) $0.769 eae cle dl ieee Mh 
Contingency $0.375 $0.355  ($0.020) $0.000 Garonne Gaanee Grader 3% 
otal 38.080 38.080 35.217 Design as Percent of Construction: 9% 
PISIEE nee UME s NPIS EEeacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Nov-17] 28-Aug-18 | 02-Jul-20 
Design S0.450 S0.450 S0.000 $0.434 
Construction S6.700 $6.700 S0.000 S6.489 se . : Rae 
Other $2,626  $2.626 $0,000 $0.709 Se aceon alla arty 30-Jun-21 
Contingency $1.040 $1.040  $0.000 $0.000 SCORSTHLICHOR Change Hider: 1% 
rot $10.816__ 510.816 37.632 Design as Percent of Construction: 7% 
PISID: QOL7E SYPESER EE Eeeaty Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.788 S0.788 $0.000 S$0.284 
Construction $10.729 $10.729 $0.000 $7.170 oer . ; : 
Other $3.381 $3.381  $0.000 §1.008 pie caer a ae NIE: 31-Oct-22 
Contingency $1.609 $1.609 S$0.000 $0.000 ace aneman Grenee Orden 0% 
eal $16.508__$16.508 38.462 Design as Percent of Construction: 7% 
Sl! UMS EES pena Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | =Aug= LO 25=Nov= 19) 
Design 50.460 $0.510 S0.050 S0.444 
Construction $2.502 $2.552 $0.050 $2.215 a4 . : castes 
Other $1944 $1,944 $0.000 $0,698 a ete aa ane 31-May-20 
Contingency $0.250 $0.150 ($0.100) $0.000 6; Canetniction Change Gee 1%; 
otal 35.156 35.156 33.357 Design as Percent of Construction: 20% 
PTSID: 0017G re PuInSe Legary Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Feb-18 | 14-Jan-19 
Design $0.774 $0.774 $0.000 $0.596 
Construction $9.980 $9.980 $0.000 $5.725 a ; ; Sree 
Other $2115 $2115 $0,000 §1.159 binciss ee aus el 30-lun-22 
Contingency $1.000 $1.000 $0.000 $0.000 OC ERCHICICn renee Order: 2% 
Total $13.869 513.869 $7.480 Design as Percent of Construction: 8% 
Pe Wet JME EIS ENCE Leeacy Other as Percent of Construction: 21% 
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FFY18 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 10-Nov-20 | 
Design S0.800 S0.792 (S0.008) $0.663 
Construction $5.944 $6.302  $0.358  $5.327 . ’ ne 
Other $1598  $1.643  $0.045 §1.901 oe aCe cE AT ell 
Contingency S0.400 $0.005 (S0.395) $0.000 SA Gonetriction Change Order 8% 
otal 38.742 38.742 37.891 Design as Percent of Construction: 13% 
PTSID; 00156 eye EROGE Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-18 | 14-Jun-19 [14—Dec—20_ 
Design $0.397 $0.397. $0.000 $0.423 
Construction $1.664 $1.664  $0.000 $0.731 we : : ae 
Other $0.834  $0.834 + $0.000 0.283 nS cc ll 30-Jun-20 
Contingency $0.160 $0.160 S$0.000 $0.000 eaea nection renee One’ A% 
Usel $3.055 33.055 $1.438 Design as Percent of Construction: 24% 
PRs eee MME: EIN LICE Lemay Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 29-Nov-17 | 06-Mar-18 | 13-Dec-19 
Design $0.375 $0.375 50.000 $0.272 
Construction $2.322 $2.322 $0.000 $2.052 ae . ; | 
Other $1.260  $1.260  $0.000 $1.020 lll eee ar NTE: 3ian-21 
Contingency $0.115 $0.115 $0.000 $0.000 DA CReLICOR Change Onan 7% 
oe! $4,072 34.072 33.344 Design as Percent of Construction: NA 
EID Oren PE BUGE Eeeany Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [24-Oct-17 | 30-Jan-18 
Design S0.500 S0.500 $0.000 $0.382 
Construction $1.702 $1.702 $0.000 $1.646 ae : ; , 
Other $1.290  $1.290  $0.000 §0.695 eee ames aus 30-Jun-19 
Contingency S0.077 $0.077 $0.000  $0.000 Sa ere atta cnenee Order: 0% 
otal 33.569 33.569 32.722 Design as Percent of Construction: 29% 
PEM Bats UN ABS EMIS peecey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: OS uli: Sepe Leii02=pee=19) 
Design $0.625 $0.625 S0.000 $0.270 
Construction $1520 $1520 $0.000 $1.351 7 ee 
Other $1348 $1348 $0,000 $0.645 ee een: 30-un-20 
Contingency $0.076 $0.076 $0.000 $0.000 3% Construction Ghaneé Order 0% 
ots) $3.569 $3.569 $2.265 Design as Percent of Construction: 41% 
Pisibe 02016 DPE BREE Leeacy Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.040 $1.040 $0.000 S$0.731 
Construction $6.868 $6.868 $0.000 $0.372 ec : : roe 
Other $3.440  §3.440  $0.000 $0.444 peta ees ar NE eee 
Contingency $0.340 $0.340 $0.000 $0.000 Barros lee Gaerne Order 0% 
Vee! $11.688_$11.688 31.546 Design as Percent of Construction: 15% 
ETsID; OT aae INPE: BRIDGE Eeeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 29-Mar-18 | 04-Sep-20 
Design S0.370 S0.370 S0.000 $0.230 
Construction $3.808  $4.227 $0.419 $3.472 7 ees 
Other $1,687  $1.204 ($0,483) $1.023 Se aineae to adlal artes 30-Apr-20 
Contingency $0.250 $0.159  ($0.091) $0.000 aKConsthuction chanee Onder: 11% 
rot $6.115 $5.960 34.724 Design as Percent of Construction: 9% 
EnSIR: O14 EYPESe Ree Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design S0.801 S0.801 $0.000 S$0.838 
Construction $10.000 $14.880 S$4.880  $6.924 ae . ; 
Other $2815  $2.815 $0,000 $§1.411 pple caer a BtNIE Emo 
Contingency S0.900 S0.900 S$0.000 $0.000 eee aneeman Grenee Orden 3% 
eal $14:516_$19.396 39.174 Design as Percent of Construction: 5% 
ee IEE UME EE: Lona Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.775 S0.791 $0.016 $0.658 
Construction $3.661 $3.727 50.066 52.933 = : . F 
Other $1.733  $1.726 ($0,008) $1.031 ee ae NTE: 30-Nov-20 
Contingency $0.300 $0.225  ($0.075) $0.000 oF aheaian Change Gree 3% 
otal 36.469 36.469 34.623 Design as Percent of Construction: 21% 
eee TEE eRIEGE EsGeey Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-18 | 26-Sep-18 | 05-Nov—20 
Design S0.789 S0.789 S0.000 $0.533 
Construction $1.988 $1.988 $0.000 $1.975 am : ; vee 
Other $3.052  $3.052 $0.000 $1.484 piscina gE 30-Nov-21 
Contingency $0.099 $0.099 $0.000 $0.000 OA HU Tn Grange Order 13% 
uote $5.928 $5.928 $3.993 Design as Percent of Construction: 40% 
eUpID e208 INEE BRIDGE Leeacy Other as Percent of Construction: 154% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-May-18 | 27-Jul-18 | 30-Oct-18 | 
Design 50.000 $0.000 S0.000 S0.000 
Construction $0.342 $0.342 $0.000 $0.350 Lie : ; ea 
Other $0.218  $0.218  $0.000 $0.044 fb ace o aENTE: 31-Oct-18 
Contingency 50.040 $0.040 $0.000  $0.000 U. Caneicaon Change Gee 0% 
Total $0.600 $0.600 $0.394 Design as Percent of Construction: 
PuSIDE gapst TE DEERAUINS Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.22-Dec-17 | 26-Mar-18 | 05-Sep- 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.666 $0.666 $0.000 $0.584 ae ; : ree 
Other $0.251  $0.251  $0.000 $0.062 eee oma BENE 31-Oct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 Er Caer nnan Grange Once 0% 
UE 30.950 30.950 30.646 Design as Percent of Construction: 
SID O10eE Un dee OAM eeeaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L20-Dec-17 ] 08-Mar-18 | 15-Aug-18 | 
Design S0.000 S0.000 50.000 S0.000 
Construction S0.698 S0.698 S0.000 $0.625 eee : : dec. 
Other 0.251  §0.251  $0.000 $0.069 cece aia anes Ramee 
Contingency S0.033 S0.033 S0.000 S0.000 % Construction Change Order 0% 
Total 30.982 30.982 30.694 Design as Percent of Construction: NA 
A ae el FYEE, OEERETING Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L27-Dec-17 | 20-Feb-18 | 11-Oct-18 
Design S0.000 S0.000 S0.000 S0.000 
Construction 51.237 $1.237 $0.000 $1.216 ee : : eee 
Other $0.339 $0.339 + $0.000--$0.211 ee ccealeee aL NTE: pita veers 
Contingency $0.075 $0.075 $0.000 $0.000 Sree erter ae caanee orden "7% 
Ve 31,651 31.651 31.427 Design as Percent of Construction: 
pe suey MRE SOIR eT poeacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: KG) PeapSee=15 
Design S0.000 S0.008 S0.008 S0.000 
Construction $2.009 $2.009 $0.000 $2.590 a . ; Sie 
Other $0340  $0.362 $0,022 $0.445 UU ieee aa BEN 30-Nov-18 
Contingency S0.060 $0.030 ($0.030) $0.000 SE eRtinn ai change Biden 790% 
Total $2.409 $2.409 $3.035 Design as Percent of Construction: 0% 
PISID: 01056 HEE EEes Legacy Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: AOS Nae) 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.427 $1.427 $0.000 $1.429 a : : vane 
Other $0.339  $0.339 © $0.000 $0,125 ete eer yon le es SuSE 
Contingency $0.075 $0.075 $0.000 $0.000 Gras retina Guenee Order 0% 
otal 31.841 31.841 31.555 Design as Percent of Construction: 
HISIEE SESE (MAES SEERA Bena) Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.523 $1.523 S0.000 $1.563 se . : a ee 
Other $0.402  §0.402  $0.000 0.153 Se econ alla artes 30-Jun-19 
Contingency S0.075 S0.075 $0.000 $0.000 BRCanStrCHG Change Onde: 6% 
otal 32.000 $2.000 $1.717 Design as Percent of Construction: 
PISID: OLOSA ener ObEn as DSeaty Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Sep-18 } 04-Feb-19 | 
Design S0.108 S0.108 S$0.000 S$0.076 
Construction $1.147 $1.152 $0.005 $1.134 oer . ; 
Other $0.307 $0.307 $0.000 $0.121 pie caer a BtNIE Sema 
Contingency $0.060 $0.055 ($0.005) $0.000 S Ganneton Ghanae Bree 0% 
eal $1.622 31.622 $1,331 Design as Percent of Construction: 9% 
AI: UMS So PE NAUINS Loney Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.800 S0.800 S0.000 S0.590 
Construction S6.089 $6.083 (S0.006) $5.239 “A : ; - ' 
Other $1.603  $1.603  $0.000 $0.964 flee oa ar Ine: asad pea ee 
Contingency $0.713 $0.719 $0.006 $0.000 ae Construction Chae Gnlen 1% 
roe! 39.205 39.205 36.793 Design as Percent of Construction: 13% 
PIsibe Go120 HYPE: PAVEMENT Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.670 S0.670 S0.000 S0.209 
Construction $1.630 $1630 $0,000 $1.518 oe ore 
Other $0.801  $0.801  $0.000 0.530 SS dae ec ae: 30-Jun-20 
Contingency $0.105 $0.105 $0.000 $0.000 Scan eteetan crenee Orden 7% 
otal $3.206 $3.206 $2.256 Design as Percent of Construction: 41% 
PIRIEE Re UMIHES HAUESIEN pees) Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-May-18 | 13-Sep-18 [18-Aug-19 | 
Design S0.358 $0.358 50.000 $0.252 
Construction $2.728 $2.738 $0.010 $2.372 a . ; ro 
Other $0.768  $0.768  $0.000 $0,523 oe aCe: cee 
Contingency $0.135 $0.125  ($0.010) $0.000 a acieian Change Glen 3% 
ota 33.989 33.989 33.147 Design as Percent of Construction: 13% 
PRSIDS S740 eee ee eee Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.180 $0.180 $0.000 $0.102 
Construction $2.324 $2.324 $0.000 $1.907 ne : : eee 
Other $0.928  $0.928  $0.000 $0.738 nS cee lla 31-May-19 
Contingency $0.116 $0.116 S$0.000 $0.000 Gace nection renee One’ "1% 
ital 33.548 $3.548 $2.746 Design as Percent of Construction: 8% 
Plas Wale! UMAR ES ABEND beeacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.300 S0.300 S0.000 S0.055 
Construction $1.395 $1.395 $0.000 $0.944 ae . ; 
Other $0.717. $0.717. $0.000 $0.376 ill eee are: ene Mav-19 
Contingency $0.140 $0.140  $0.000 $0.000 OA CORELICHOR Change Onan 19% 
Hoel $2.551 32.551 51.374 Design as Percent of Construction: 22% 
eee Es EE even pictus Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: -Apr-18 [|14-Dec-18 | 
Design S0.460 S0.460 $0.000 $0.368 
Construction $3.995 $4.545 $0.550 S$4.405 ae : ; : 
Other $1.509  $§1.059 ($0.450) $1.003 ee tae pau gale 31-Dec:20 
Contingency S0.208 $0.108  ($0.100) $0.000 Cr oaen an cranee One 16% 
otal 36.172 36.172 35.776 Design as Percent of Construction: 10% 
ESE ute Eu EMEN papacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 2 18-Dec-18 
Design $0.755 $0.755 S0.000 $0.632 
Construction $7.373 $7.464  $0.090 $5.292 a . ; Pree 
Other $1.478 $1550 $0.072 $1.418 ee een: 31-May-20 
Contingency $0.350 $0.188  ($0.162) $0.000 3% Construction Ghaneé Order 0% 
Total $9.956 $9.956 $7.342 Design as Percent of Construction: NA 
Eis. Oot TPB OE AVENIENT EeBeey Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: < un-18 | 24-Oct-18 | 
Design S0.380 $0.303 (S0.077) $0.276 
Construction $1.241 $1.273 $0033 $1,273 _ : ; ee 
Other $1640  $1.160 ($0.480) $1.187 peta ees See elt 
Contingency $0.062 $0.000 (S$0.062) $0.000 Barats ee Gaenee Order 5% 
ikoze 33.323 32.736 32.736 Design as Percent of Construction: 24% 
FIIs Ghee MAES EIEN! Beeacy Other as Percent of Construction: 91% 
oa OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Apr-18 | 29-Jun-18 | 24-Oct-19 
Design S0.246 S0.246 S0.000 S0.000 
Construction $2.490 $2.490 $0.000 $2.504 a . : 
Other $1.288 $1,288  $0.000 $0.965 sae ae anne 31-Oct-19 
Contingency $0.180 $0.180 $0.000 $0.000 oF Canoe ieicn change Gen 7% 
Total $4.203 34.203 33.469 Design as Percent of Construction: 10% 
Peale ES ee EeGeey Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-18 | 07-Jun-18 | 26-Jun-20 | 
Design $0.135 $0.194 $0.059 $0.243 
Construction $3.186 $2.844  ($0.341) $3.142 a : ; ee 
Other $0.538 $1,024 §0.487 $1.166 Bo laa ee 2c ALA! 
Contingency $0.395 $0.000 (S0.395) $0.000 So COnttan ign Change Order: 11% 
otal 34.254 34.062 34.550 Design as Percent of Construction: 7% 
ETD 002eE TNE Waly SIRTEI: Legacy Other as Percent of Construction: 36% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29=Jun-1 EiSeces 
Design $0.155 $0.140 ($0.015) $0.120 
Construction $1.065 $0.940 (S0.125) $0.711 ha : : : . 
Other $0.516  $0.516  $0.000 $0.456 ora rere aes 31-Dec-13 
Contingency $0.061 $0.036  ($0.025) $0.000 2% Construction Change ener "10% 
Total $1.797 $1,632 $1.286 Design as Percent of Construction: 15% 
ESI 20eR* Wipes TRATEE Legacy Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Aug-18 | 26-Oct-18 ] 31-Oct-19 
Design S0.240 S0.240 S0.000 $0.209 
Construction $0.745 $0.773 $0.028 S0.674 ae : ; 
Other $0.724  $0.724 $0.000 $0,223 a bila res oa eee eee May-20 
Contingency $0.075 $0.047 ($0.028) $0.000 Bee neaneran Grange Ores rh 
etal 31.784 31.784 31.106 Design as Percent of Construction: 31% 
PIB obeor TEESE Leeaey Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: -Nov-18 [ 08-Nov-19 | 
Design S0.550 S0.570 $0.020 S0.509 
Construction $0.460 $0.510  $0.050 $0.425 7 ee 
Other $1155 $0595 ($0,560) $0.408 oe aUNTr: ee SUEV eA 
Contingency S0.050 S0.050 S0.000 S0.000 SA Gonetriction Change Order 3% 
otal $2.215 $1.725 $1,342 Design as Percent of Construction: 112% 
PISID; BOE re Tee Legacy Other as Percent of Construction: 117% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L29-Dec-17 | 23-Feb-18 | 30-Aug-19 
Design $0.445 $0.464 $0.020 $0.406 
Construction $1.668 $1.783 $0.115 $1.496 ae : ; 
Other $1.621 $1543 ($0.078) $1.105 HS coke ala aes 31-Dec-19 
Contingency $0.083 $0.027 ($0.057) $0.000 eaeaneCntion renee One’ 19% 
otal 33.817 33.817 $3.007 Design as Percent of Construction: 26% 
EISID RORGE bes Weaning Legacy Other as Percent of Construction: 87% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Sep-18 | 14-Nov-18 | 14-May-19 | 
Design $0.050 $0.047  (S0.003) $0.043 
Construction $2.285 $2.227  ($0.058) $2.227 ae . ; 
Other $0.654 $0199 ($0.455) $0.202 fill eee ae eee 
Contingency $0.114 $0.000 (S$0.114) $0.000 ae Ganetcuclion Chanwe ons 19 
oe! 33.104 32.473 32.473 Design as Percent of Construction: 2% 
BIBI, 0724 es RSE HE Peeaey Other as Percent of Construction: 9% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L28-Feb-18 | 24-May-18 | 05-Sep-19 | 
Design $0.375 $0.380 $0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.879 ah : ; 
Other $0.930  $0.925 ($0.005) §0.768 ee tae pau 2eNUE eee 
Contingency $0.110 $0.100 ($0.010) $0.000 Croan Granee Once “2% 
otal 33.507 33.507 32.968 Design as Percent of Construction: 18% 
ESE eee) EE UEAEES pees) Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 ] 26-Jun-18 | 23-Jun-20 
Design $0.650 $0.771  $0.121 $0.583 
Construction $7.335 $7.316 (S0.019) $5.679 eg ; : aes 
Other $2920 $3118 $0198  §2.128 ee aes 31-0c1-20 
Contingency $0.367 $0.067 ($0.300) $0.000 3% Construction Ghaneé Order "10% 
Total $11,272 $11.272 $8.390 Design as Percent of Construction: 11% 
PisIBe BO73X Pee Sheree paeaty Other as Percent of Construction: 43% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 30-Oct-19 
Design S0.100 S0.100 $0.000 $0.087 
Construction $0.630 $0.630  $0.000 $0.628 ec : ; yee 
Other $0571  $0.571  $0.000 $0.314 vlads ees SERUEV ePAe 
Contingency $0.044 $0.044 $0.000 $0.000 Ceara as Gaenee Order 11% 
otal 31.345 31.345 31.029 Design as Percent of Construction: 16% 
ETsiD; 20258 UlaaalNoladle Eeeaey Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design $0.594 $0609 $0.015 $0.443 
Construction $3.000 $3.100  $0.100 $2.417 - ; : 
Other $1.807 $1.992 $0185 $1.376 Se inact alla eet: SEEN EY 
Contingency S0.300 $0.000 (S$0.300) $0.000 aKConsthuction chanee Onder: 3% 
rot 35.700 $5.700 34.236 Design as Percent of Construction: 20% 
ia ead TE) PRABEG Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design S0.060 S0.060 $0.000 $0.038 
Construction $1.600 $1.600 $0.000 $1.554 oer . ; 
Other $0.841  $0.841 $0.000 $0151 pie caer a BtNIE SERENE 
Contingency S0.086 S0.086 S$0.000 $0.000 ace aneman renee Orden 0% 
Uekel 92.587 32.587 $1,743 Design as Percent of Construction: 4% 
Pas UMS AAG pena Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 29=Ang=13 | 03s=0ul=19) 
Design 50.070 $0.070 $0.000 $0.025 
Construction S0.767 S0.767 $0.000 $0.655 a4 . ; 
Other $0.476  $0.476 $0.000 $0.066 a ete pais ane 31-Dec-13 
Contingency 50.040 50.040 $0.000 $0.000 oF ane nian Change Gree "8% 
Total $1.353 $1,353 30.746 Design as Percent of Construction: 9% 
gee PEE: Eee EsGeey Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $0.503  $0.458 ($0.045) $0.399 
Construction $1.500 $1.500  $0.000 $1.345 a ; ; 
Other $1,022  $1.014 ($0.008) $0.893 plese nc eied ee elahey eee 
Contingency S0.075 $0.042 (S0.033) $0.000 bGanctruction Change Order: 5% 
Weel $3.100 $3.014 $2,637 Design as Percent of Construction: 31% 
ele ote: EE ESGTIe [ena Other as Percent of Construction: 68% 
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Budget Spent 

Initial Projected Difference To Date 

Design $0.556 $0.672 $0.116 S0.604 

Construction $1.051 $1.065 $0.014 $1.017 

Other S0.504 S0.445 (S0.059) $0.353 

Contingency $0.083 $0.012  ($0.072) $0.000 

Total 52.194 $2.194 $1.975 
PTSID: 0162A TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.098 $0.054 ($0.044) $0.045 

Construction $0.745 S0.783 $0.038  $0.686 

Other S0.786 S0.792 S$0.006 S$0.646 

Contingency $0.055 $0.055 $0.000 $0.000 

Total 51.684 $1.684 $1.377 
PTSID: 0080H TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.370 $0.360 (S0.010) $0.329 

Construction $1.486 $1.559 $0.073 $1.160 

Other $0.941 $0.756 ($0.185) $0.713 

Contingency $0.075 $0.002  ($0.073) $0.000 

Total $2.872 $2.677 $2.202 
PTSID: O0080C TYPE: TRAFFIC Legacy 
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Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: 

# of months late: 

% Construction Change Order: 
Design as Percent of Construction: 
Other as Percent of Construction: 


Schedule: 
Anticipated Completion at NTP: 31-Aug-19 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 101% 


Advertise NTP Complete 


Schedule: 


30-Nov-19 


Anticipated Completion at NTP: 
# of months late: 

% Construction Change Order: 5% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 49% 


FFY 2019 PROJECTS 
Insert A 


FFY19 


FFY19 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 

Design $0.865 $0.885 $0.020 $0.692 

Construction $9.173, $15.222 $6.050 $6.489 - Saaccd 
Other $1.898  $1.971  $0.073 $1.088 ge eect ala BEN DE: 31-May-22 
Contingency $0.742 $0.384  ($0.358) $0.000 oan structian Change Giee 73% 
Total $12.678__ 518.463 $8.269 Design as Percent of Construction: 6% 
a es TYEE BRIDGE Eeeeey Other as Percent of Construction: 13% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Aug-19 | 21-Oct-19 
Design S0.798 S0.798 $0.000 $0.741 
Construction $10.222 $10.278 $0.056 $6.991 ee : ; Bee 
Other $2.207 $2.193  ($0.014) $0.846 ay eleee cones Clee te: eames 
Contingency $0.511 $0.469 (S$0.042) $0.000 eeanecton cyan Omer 0% 
sel $13.738__513.738 $8.578 Design as Percent of Construction: 8% 
ETSID O01sN IRE BRIDGE Leeecy. Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [25=dul 
Design $0.638 S0.638 S0.000 $0.518 
Construction $5.150 $5.150 $0.000 $1.811 _ . ; ' 
Other $2563  $2.563 $0,000 $0.998 ee rd aeNTe: 31-Oct-23 
Contingency S0.500 $0.500 $0.000 $0.000 a Car trietion Change eran 19%, 
fetal 38.850 38.850 33.327 Design as Percent of Construction: 12% 
PTSID: 0114W SFE BRIRGE peeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Jun-19 | 12-Sep-19 
Design $1.013 $1.013 S0.000 S0.846 
Construction $6.040 $6.282 $0.242 $1.845 ee ; ; ee 
Other $1194 $1,213 $0,018 $0.697 eo eeececree aaa Sane, 3h-Dec21 
Contingency $0.305 $0.045 (S0.260) $0.000 BP GOnehintGn crenge Oren 16% 
otal $8.552 $8.552 $3.388 Design as Percent of Construction: 16% 
PURE SUES IME RIN ENE Eoeaey Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [Ll1-Sep-19 | 29-Nov-19 
Design $0.977 $0.977. $0.000 $0.813 
Construction $3.155 $3.155 S0.000 $1.784 ne . . : 
Other $1520 $1,520 $0,000 $0.417 salar ae arnt: 31Dec-21 
Contingency S0.160 S0.160 $0.000  $0.000 of Genctruction Change ander 10, 
Total 35.812 35.812 33.014 Design as Percent of Construction: 31% 
PTSID: 0015C ereo eERE Legacy Other as Percent of Construction: 48% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [| OOS =DeSe= 19) 
Design S0.700 S0.700 $0.000 $0.480 
Construction $3.982 $3.982 $0.000 $1.627 — eae 
Other $1920  §1.920 $0.000 $0.379 eee ons SEE eee 
Contingency $0.199 $0.199 $0.000 $0.000 Barros lee Gaenee Order 6% 
otal 36.801 36.801 32.486 Design as Percent of Construction: 18% 
IES TUE Me PE GEREGE EEeaty Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2.772 $2.772 $0.000 $1.620 be . : ae 
Other $0.906 $0906 $0,000 $0.512 Se aineaae toad artes 30-Sep-21 
Contingency $0.180 $0.180 $0.000 $0.000 oF Construction chanee Onder: 3% 
Total 34.238 34.238 $2.398 Design as Percent of Construction: 14% 
EIST 03 by PE BREE Legacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jun-19 | 04-Sep-19 | 14-Oct-20 
Design S0.950 S0.950 $0.000 S$0.761 
Construction $2.171 $2.171 $0.000 $1.945 oer . : 
Other $1351 $1,351  $0.000 $0.548 pple caer SEN UE: 31-Oct-21 
Contingency S0.250 $0.250 $0.000 $0.000 Sree nterCenan Grenee Orden 19% 
eal 34.721 34.721 93.254 Design as Percent of Construction: 44% 
eRe UMS EE? pena Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-19 | 14-May-19 | 
Design $0.436 $0.436 S0.000 $0.321 
Construction 52.368 $2.368 S0.000 $1.782 = : . 7 
Other $0.738  $0.853 $0.115 $0.797 ee anne 31-Dec-20 
Contingency $0.275 $0.160 ($0.115) $0.000 oF aheaian Change Gree 0% 
otal 33.817 33.817 32.899 Design as Percent of Construction: 18% 
PISIDS OOTSD PES BRIERE bsGaey Other as Percent of Construction: 36% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.494 S0.684 $0.191 S0.430 
Construction $2.586 $3.147 $0.561 $2.696 a ; ; oan 
Other $1.741 $1.669 ($0,072) $1.326 pisces rasa clave 31-Mar-22 
Contingency $0.129 $0.000 ($0.129) $0.000 OA HU Tn Grange Order 19% 
uote 34.950 $5.500 $4.451 Design as Percent of Construction: 22% 
PIES ens Ee eIDCE Lena Other as Percent of Construction: 53% 
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Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: [25-Sep-19 | 27-Jan-20 
Design 56.400 $6.400 50.000 $3.717 
Construction $57.980  $60.356  $2.376 $13.644 oa eels 
Other $7.066  $7.066  $0.000 $2.045 ee aCNTe: SERENE 
Contingency $4.500 $2.124  ($2.376) $0.000 Sasaeetian Change Gree 19 
ota $75,946 _$75.946 319.406 Design as Percent of Construction: 11% 
PESID; 20005 EVES ERSE Legacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.900 $1.900 S$0.000 $1.096 
Construction $14.639 $14.639 $0.000 $6.433 Re : : eae 
Other $3.898  §3.898  $0.000 $2.040 HS cota aes 30-Jun-22 
Contingency $0.888 $0.888 $0.000 $0.000 Bence tion renee One’ 19% 
otal $21,325 $21,325 $9.570 Design as Percent of Construction: 13% 
PBs ae MME: EIN EIGN: Leeacy Other as Percent of Construction: 27% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.440 $1.440 S0.000 $1.047 
Construction $15.661 $15.706 $0.045 $6.172 a : : : 
Other $5.065  $5.065 $0,000 §1.177 ill eee ane: 30-Nov-22 
Contingency S0.783 $0.738  ($0.045) $0.000 Be CanetrlicHon Change race 7% 
Hoel $22.949__$22.949 38.395 Design as Percent of Construction: 9% 
PISIE. Biaee NEES BRiUGe Eeealy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: LON OASRSh=2 
Design $1.200 $1.200 S$0.000 S$0.734 
Construction $7.000 $7.000 $0.000 $2.172 ae : ; ae 
Other $2.030  $§2.455 $0.425 $0,653 eee ames aus 31-Dec:21 
Contingency S0.500 $0.075 (S0.425) $0.000 ore enernetion Grange Once 2% 
otal $10.730_510.730 33.559 Design as Percent of Construction: 17% 
PIES ue UN Aes EVIE SE peeaey Other as Percent of Construction: 35% 
ete 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Dec-18 | 15-Apr-19 | 31-Jul-20 
Design $0.451 $0.521  $0.070 $0.228 
Construction $2.900 52.900 S0.000 $2.767 _ F . Seah: 
Other $0.210  $0.210 $0,000 ($0.010) UL aac aa ae eae eA 
Contingency $0.290 $0.220 (S0.070) $0.000 Se Panstricticn change Biden 0% 
Total $3.851 $3.851 $2,985 Design as Percent of Construction: 18% 
Pupils SObse EES PEROTING Legacy Other as Percent of Construction: 7% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Zi 
Design $0.117 $0.117. $0.000 $0.098 
Construction $2.074 $2.074 $0.000 $1.793 — esas 
Other $0.471  $0.471 $0.000 $0.07 eta ce es Eee 
Contingency $0.100 $0.100 $0.000 $0.000 Seances hence Order: 0% 
otal 52.762 32.762 31.968 Design as Percent of Construction: 6% 
PIE) eee (MAES SEERA Eeeaey Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-19] 14-May-19 | 01-Aug-19 
Design S0.000 50.000 S0.000 S0.000 
Construction $0.422 $0.422 $0.000 S0.360 7 ; : : 
Other $0.247 $0.247.  $0.000-—-$0.122 ence aaa ap OTe: 31-Oct-13 
Contingency S0.050 $0.050 50.000 S0.000 os Construction Change Order 0% 
otal 30.719 30.719 30.483 Design as Percent of Construction: 
Beto WE eevee! EeGaey Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 | 31-Oct-19 | 
Design $0.024 $0.024 $0.000 $0.000 
Construction $0.681 $0.681 $0.000 $0.530 ee : ; eee 
Other $0.242  $0.242 + $0.000 -~—$0.082 Ubciaices peated ae pamela 
Contingency S0.100 S0.100 $0.000 $0.000 So COntrAnign Change Order: 0% 
ote! 31.047 31.047 30.611 Design as Percent of Construction: 4% 
PBs acuele MNES ee MEIENT Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.024 S0.024 S0.000 S0.000 
Construction S0.723 $0.723 S0.000 $0.626 “A : : pone 
Other $0.226  $0.226 $0,000 $0.082 sill oe ar NTE: ERS ioe 
Contingency $0.075 $0.075 $0.000 $0.000 ae Construction Chae Gnlen 0% 
foe! $1,047 21047 30.708 Design as Percent of Construction: 3% 
PISID: 26026 EYRE PAVEMENT Lepacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29- | kia) Eee ey 
Design S0.000 S0.000 S0.000 S0.000 
Construction Siew $1.824  $0.110 $1.558 ae : : wate 
Other $0.335 $0337. $0.002-~—-§0.290 SS ae ala Ce 31-Oct-12 
Contingency $0.133 $0.021 ($0.112) $0.000 Scan eteetan crenee Orden 6% 
evel $2.181 $2,181 $1.847 Design as Percent of Construction: 
PIRIEE 2enne IUHEs HAUSE pene Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jan-19 ] 01-Apr-19 | 31-Oct-19 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $2.194 $3.301 $1.107. $2.791 a . ; Fae: 
Other $0557 $0.390 ($0.167) $0.354 ee aCNTr: camel 
Contingency $0.220 S0.000 (S0.220) $0.000 oA Banstruiction Change Ordex 16% 
ote! 32.971 33.691 33.145 Design as Percent of Construction: 
PESID; 200iF iB iitd eee EReaty Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: OA Stn ROS Oct 1 9 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.500 $1.555 $0.055 $1.347 ae : : ae 
Other $0.280  $0.359  $0.079 $0,326 HS cote ila aes 34-Oct-19 
Contingency $0.150 $0.017. ($0.133) $0.000 Gao nection renee One’ BY 
VBE $1.930 $1.930 31.673 Design as Percent of Construction: 
PIES anes MBE EME ENIL Eebaty Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $1.653 $1.660 $0.007. $1.449 ae . ; : 
Other $0.249  $0.273. + $0.024 $0.204 fill eee are: 31-May-20 
Contingency S0.075 $0.068  (S0.007) $0.000 of Construction Change race "8% 
ror 32.001 $2.001 $1,653 Design as Percent of Construction: 
PISIG, 2e0i4 PEs Dev eMeny. Eeeaty Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Jan-19 | 28-Mar-19 | 10-Apr-20 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.133 $1.166  $0.034 $0.988 ae : : eee 
Other $0.288  $0.255 ($0.034) $0.105 eta pau aE: 31-May-20 
Contingency $0.079 $0.079 $0.000 $0.000 Broa etn crenee One "8% 
UE 31.500 31.500 31.093 Design as Percent of Construction: 
PTSID: 2601C EVEN peeaey Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.665 $1.802 $0.137 $1.484 
Construction $12.884 $13.048 S0.164 $3.175 a , : re 
Other $3.035 $2.898 ($0137) $1.936 ee ae: 30-dun-23 
Contingency $0.644 $0.480 (S$0.165) $0.000 3% Construction Ghaneé Order 19% 
Total $18.228 $18,228 $6.595 Design as Percent of Construction: 14% 
Pisibe Q0080 PE eee’ paeaty Other as Percent of Construction: 22% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Apr-19 [10-Jun-19 | 25-Oct-19 
Design $0.291 $0.326 $0.035 $0.161 
Construction $3.277 $3.277. $0.000 $2.549 - eee 
Other $0.831  $0.796 ($0.035) $0.489 ee c ean le es As 
Contingency $0.157 $0.157 $0.000 $0.000 Sennett es Gaenee Order "1% 
otal 34.556 34.556 33.199 Design as Percent of Construction: 10% 
ISIE, Shee Eee Eeeacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [19-Oct-18 | 02-Jan-19 | 23-Oct-19 
Design $0.320 S0.283 (S0.037) $0.051 
Construction $0.550 $0.557 S0.007 S0.409 seg . : z : 
Other $0.532 $0562 $0,030 $0.168 ee artes 31-Dec-19 
Contingency $0.100 $0.100 S$0.000 $0.000 oF Construction chanee Onder: 50% 
Total $1502 $1.502 $0.629 Design as Percent of Construction: 51% 
ESD: Si7eH TPE SEAV ENED! Legacy Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [15-Aug-19 ]| 22-Oct-19 | 29-Sep-20 
Design $0.342 $0.342 $0.000 $0.317 
Construction $2.239 $2.250 $0.011 $1.795 oer . ; 
Other $1158  $1.147  ($0.011) $0.598 pple carer ae NIE: (gee MEN era 
Contingency $0.175 $0.175 $0.000 $0.000 oe eaenUcTOn eaanee Oden 19% 
eal 33.915 93.915 32.710 Design as Percent of Construction: 15% 
ease UNS Bean aN Bey Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20_ 
Design $1.150 $1.150 S0.000 $0.594 
Construction S6.296 $6.296 50.000 $1.537 = : . 7 
Other $3.021 $3,021 $0.000 $0.779 a ee ais ane 31Decel 
Contingency $0.495 $0.495 $0.000 $0.000 oF Canetniction Change Gee 0% 
Total $10.962_ 510.962 $2.911 Design as Percent of Construction: 18% 
PTSID:: OO50A Eevee Legacy Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.515 $0.515 S0.000 S0.438 
Construction $3.043 $3.043 $0.000 $1.599 a ; ; Rares 
Other $1.025  $1.025 $0,000 $0.609 pisces oa el 31-May-21 
Contingency $0.175 $0.175 $0.000 $0.000 OA HU Tn Grange Order 0% 
uote 34.758 $4.758 32.647 Design as Percent of Construction: 17% 
PBs MIs DUNE eEVIEN I Leeacy. Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Nov-18 ] 15-Jan-19 | 30-Aug-19 
Design $0.325 $0.325 S0.000 $0.250 
Construction $6.247 $6.247. $0.000 $5.171 Ss : ; ene 
Other $1190 $0990 ($0.200) $0.697 ee aCNTE: ase) 
Contingency $0.312 $0.000 ($0.312) $0.000 rancor Change Glen "3% 
otal $8.075 37.562 36.117 Design as Percent of Construction: 5% 
PESIDS POS1Y UES ene ee Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.395 S0.408 $0.013 S0.369 
Construction $3.003 $3.405  $0.403 $2.807 we : : eae 
Other $0.905  $0.704 ($0.201) §0.707 HS cc lla 31-Dec-19 
Contingency $0.250 $0.035 ($0.215) $0.000 eaca nection erenge Once 6% 
ital 34.553 34.553 33.884 Design as Percent of Construction: 12% 
PMs Whe Ue UE Legacy Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-May-19 | 18-Jul-19 | 30-Jun-20 | 
Design S0.070 50.070 S0.000 50.000 
Construction $1.756 $1.801  $0.045 $1.580 - : : iets 
Gther $0,510 $0.465 (0.045) $0.236 Anticipated Eamon at NTP: 31-Jul-20 
: # of months late: 
Contingency $0.175 $0.175 $0.000 $0.000 % Construction Change Order: 3% 
Total $2,511 $2.511 31.816 Design as Percent of Construction: 4% 
psi G12?) Te: FRAPEG Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.135 $0.135 $0.000 $0.049 
Construction $1.100 $1.100 $0.000 $0.871 we : : een 
Other $0.860  $0.860  $0.000 $0.472 ee cee lee BENNIE: ees allele 
Contingency 50.100 $0.100 $0.000 $0.000 Sree erter ae caanee orden "17% 
oral 92.195 32.195 $1,392 Design as Percent of Construction: 12% 
eer dese Lee pena Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [20-Mar-19 }| 14-May- 
Design $0.134 S0.049 (S0.085) $0.000 
Construction $0.958 $1.075 $0.117 $0.938 ss . ; peat 
Other 0.735  $0.748 $0,013 $0.587 UU ieee aa ae 31-Dec-20 
Contingency 50.048 $0.003 ($0.045) $0.000 SE eRtinn ai change Biden 19% 
Total $1.875 $1.875 $1.525 Design as Percent of Construction: 5% 
Piplieeen Ee Sere peeeey Other as Percent of Construction: 70% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Feb=00)|2eason=19 
Design $0.560 $0.573 $0.013 $0.518 
Construction $1.296 $1.307 $0.011 $1.109 — eas 
Other $0.565  $0.565  §0.000 §0.255 eae yon asl sue 
Contingency $0.060 $0.037 ($0.024) $0.000 er Cen erictian Gaenee Order 5% 
otal $2.481 32.481 31.882 Design as Percent of Construction: 44% 
PII, aes Ue US Bena Other as Percent of Construction: 43% 
Budget Spent Advertise 
Initial © Projected Difference To Date Schedule: [22-Mar-19 | 16-May-19 | 09-Jul-20 | 
Design S0.424 S0.443 $0.019 S0.346 
Construction $1.125 $1.205 $0.080 $0.894 es . : eae 
Other $0569 $0674 $0105 $0.713 Se ecto alla artes 30:520-20 
Contingency $0.043 $0.043 $0.000 $0.000 SA Canetnuction Chanee Onder: 1% 
Total $2.161 $2.365 $1.953 Design as Percent of Construction: 37% 
ES Ip. O1e2H TNE: PRAPHE Legacy Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [10-Oct-18 | 28-Jan-19 [ 1: 
Design S0.500 S0.500 $0.000 $0.415 
Construction $1.939 $1.949 $0.010 $1.414 oe . ; ae 
Other $0.910  $0.915  $0.005 §0.802 pia cater a SEIU: 30-Jun-20 
Contingency $0.096 $0.081  ($0.015) $0.000 See aerUcTOn Ghanae Bree 0% 
eal 33.445 33.445 32.631 Design as Percent of Construction: 26% 
pe De cOnE UMS Ae beeen! Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep=1' e210 a= 210) 
Design $0.514 $0.514 $0.000 $0.431 
Construction $1.685 $1.770 $0.085 $1.114 a4 . : Toe 
Other $0.914  $0.904 ($0.010) $0.724 ee anne 30-Jun-21 
Contingency $0.075 $0.000 (S0.075) $0.000 oF Ca nserintion change een 8% 
otal 33.188 33.188 32.270 Design as Percent of Construction: 29% 
pisIBS eauite PE: TRG EsGey Other as Percent of Construction: 51% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Mar-20 | 
Design NA $0.835 NA $0.504 
Construction NA $12.971 NA $0.000 Anticipated’ Completion at NIP: NA 
Other _NA $1.535 NA S0.089 Hof ay oe 
Contingency NA $0.840 NA $0.000 pili pceaee taunts NA 
Total ; NA $16.181 NA $0.592 % Construction Change Order: 0% 
= : : : Design as Percent of Construction: 6% 
PISIDE OOT3R me ENee Eeeaty Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [05-Mar-20 | 13-Jul-2¢ 
Design S0.863 S0.863 $0.000 $0.722 
Construction $6.036 $6.036 $0.000 $0.167 ee . : 
Other $3.361  $3.361 $0.000 §0.175 pre Caer ae ae NUE 30-Apr-23 
Contingency $0.302 $0.302 $0.000  $0.000 BC onenieran Grange Omen 0% 
iiotal $10.562_510.562 31.064 Design as Percent of Construction: 14% 
ISIE, 2eas MAES EI EISIE peeary Other as Percent of Construction: 56% 
Budget Spent Advertise 
Initial | Projected Difference To Date Schedule: [12=Mar—20 } 29-Oct-20 
Design $6.500 $6.500 S0.000 $4.488 
Construction S$65.964 $65.964 S0.000 S0.000 4 : , Aya 
Other $8.620 $8,620  $0.000 $0.208 a ieaadirer oe eit aaa 
Contingency 53.298 $3.298 $0.000 $0.000 *f Construction Change ener: 0% 
Total $84.382__ $84,382 34.696 Design as Percent of Construction: 10% 
PTSID: 0017B REE eee peeeey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 0-Mar-20 J 08-Jul-20 
Design S0.946 S0.946 S0.000 $0.568 
Construction $3.426 $3.426 $0.000 $0.178 oe : : eee 
Other 0.741  $0.741 $0,000 $0.239 a pial tres ou BEE: ee Apr-23 
Contingency $0.130 $0.130 $0.000 $0.000 BC ORerHn RCH Grange Orden 0% 
wore $5.243 $5.243 $0.984 Design as Percent of Construction: 28% 
BE ees (MAES EID: pena Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Nov-19 | 27-Jul-20 
Design $11.500 $11.500 S0.000 $7.337 
Construction $212.000 $213.167 $1.167 $16.107 4 . ; wee 
Other $21,500 $21.500 $0,000 $1,974 ee ae: 30-Sep-23 
Contingency $20.000 $18.833 ($1.167) $0.000 ne se change Breen 0% 
Total $265.000_5265.000 325.419 Design as Percent of Construction: 5% 
Pee UOiee FE BRIDGE LeGeey Other as Percent of Construction: 10% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.048 $0.048 S0.000 $0.041 
Construction $1.373 $1.373 $0.000 $1.167 Le ; ; ‘pi 
Other $0.528  $0.528  $0.000 $0.278 fl ances oi ar NTE 30-Nov-20 
Contingency $0.050 $0.050 $0.000  $0.000 Vea icion Change Gee 0% 
Total $2.000 $2.000 $1.486 Design as Percent of Construction: 4% 
Bley 26038 Tire PEE Eeeaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Feb-2009 
Design $0.052 $0.052 $0.000 $0.050 
Construction $1.613 $1.613 $0.000 $1.337 ah ; : . 
Other $0.420  $0.420 $0.000 §0.227 edie ota BENE 30-Nov-20 
Contingency $0.118 $0.118 S$0.000 $0.000 Ce eae Grange Once 3% 
otal 32.203 32.203 31.613 Design as Percent of Construction: 3% 
PINES Zone GeV EMEN peace) Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18-Feb-20 | 09-Apr-20 
Design 50.064 S0.064 S0.000 S0.063 
Construction $1.323 $1.323 S0.000 $1.093 See F : Sis 
Other $0.305  $0.305 $0,000 $0.228 fc cecre aaa anes a 
Contingency S0.100 S0.100 S0.000 S0.000 % Construction Change Order “1% 
Total $1,792 $1,792 31.384 Design as Percent of Construction: 5% 
Piss 203% TYEE PAVEMENT Legacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Nov-19 | 27-Jan-20 | 25-Sep-2C 
Design $0.150 $0.150 $0.000 $0.114 
Construction S1-455 $1.455  $0.000 $0.861 we : : oer 
Other $0.722  $0.722 $0.000 §0.315 pee cee alee a BENTE: ea 
Contingency $0.200 $0.200 $0.000 $0.000 Sree eter caanee orden "1% 
areal 92.527 92.527 31.290 Design as Percent of Construction: 10% 
pis cu7ey MR ESR AEMIEN pena Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [11-Oct-19 | 04-Mar-20 | 25-S: 
Design $0.255 $0.255 S0.000 $0.218 
Construction $4.837 $4.837  $0.000 $3.680 se . ; ae 
Other $1.088  $0.988 ($0.100) $0.510 UU aac aa ae 31-Dec-20 
Contingency $0.242 $0.000 ($0.242) $0.000 SE eRtinn ai change Biden 0% 
Total $6.421 $6.080 $4.408 Design as Percent of Construction: 5% 
Pie ore ee Leeeey Other as Percent of Construction: 20% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.372 $0.372 $0.000 $0.283 
Construction $4.491 $4.491 S$0.000 $3.691 a : : See 
Other $3.244 $1484 ($1,760) $0.541 eles ee el a at SPE eure 
Contingency $0.374 $0.234  ($0.140) $0.000 er Ceneieran Guenee Order 2% 
otal $8.481 $6.581 34.515 Design as Percent of Construction: 8% 
PURE EI MESES UE! peeay Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.231 $0.231 S0.000 S0.000 
Construction $1.575 $1.575  $0.000 $1.251 - . : SZ 
Other $0.461  $0.461  $0.000 $0.606 Se eco alla ante: 30-Jun-21 
Contingency $0.221 $0.221 $0.000 $0.000 SA Canetnuction Chanee Onder: 0% 
Total $2.488 $2.488 31.857 Design as Percent of Construction: 15% 
EiSIR: M786 SSPE: PV ENIENS Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [03-Jul-20 | 11-Sep-20 | 14-Dec-20 
Design $0.163 $0.163 $0.000 $0.156 
Construction $0.870 $0.870 $0.000 $0.000 ae : ; : 
Other $0.689  $0.689  §0.000 §0.127 fp cater a aU NIE: eemblsewas 
Contingency $0.050 $0.050 $0.000 $0.000 ace aeeman Grenee Orden 0% 
eal $1771 $1.771 30.283 Design as Percent of Construction: 19% 
PTSID: 0172N UNIS Pe MENT] ponagy Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25 20 | 13-Aug-20 
Design $1.033 $1.033 $0.000 $0.927 
Construction $14.071 $14.071 $0.000 $0.518 a4 . ; aie 
Other $4.275  $4.275 $0.000 $1.052 ee anne 30-Jun-23 
Contingency $0.586 $0.586 $0.000 $0.000 a2 Cansticticn change Gee 0% 
Total $19.965_$19.965 32.497 Design as Percent of Construction: 7% 
PTSID:: 0079 PE Ee EME LsGeey Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Jun-20 | 28-Aug-20 
Design $0.341 $0.341 $0.000 $0.175 
Construction $1.460 $1.460  $0.000 $0.082 ss . ; ee 
Other $1.011  $1.011 $0,000 $0.116 UL aac aa ae 30-Jun-22 
Contingency $0.080 $0.080 $0.000 $0.000 Se Panstricticn change Biden 0% 
Total $2.892 $2.892 $0.373 Design as Percent of Construction: 23% 
Pi ae IPs SBAREIE preeey Other as Percent of Construction: 69% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-20 | 14-Aug-20_ 
Design S0.800 S0.800 S$0.000 S$0.247 
Construction $1.393 $1.393 $0.000 $0.000 — ae 
Other $1506  $1.506  $0.000 $0.027 ete eet See SERS 
Contingency 50.070 $0.070 $0.000 $0.000 Seances Gaenee Order 0% 
otal 33.767 33.767 30.274 Design as Percent of Construction: 57% 
Se Pieced eae Eeeacy Other as Percent of Construction: 108% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: L 
Design $0.221 $0.221 S0.000 S0.196 
Construction $0.933 S0.933 S0.000 S0.000 seg . : : 7 
Other $0.409  §0.409 $0,000 $0.058 Se aineaae toad artes 31-Dec-21 
Contingency $0.094 $0.094 $0.000 $0.000 SA Conetniction Change Onde: 0% 
Total $1.656 $1.656 $0.254 Design as Percent of Construction: 24% 
PISID: Dison SyPEW ene Cee ESeaty Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [06-Mar-20 | 23-Jun-20 | 16-Oct-20 
Design $0.155 $0.155 $0.000 $0.038 
Construction $2.291 $2.291 $0.000 $1.217 oer . ; 
Other $0.635 $0.635  $0.000 $0.107 fp cate euNTE: ERE ee 
Contingency $0.115 $0.115 $0.000 $0.000 Se eaarUCTOn eaanee Oden 0% 
eal $3.196 33.196 31.362 Design as Percent of Construction: 7% 
BIDE Coun UES ae Lena Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.206 $0.231 $0.025 S0.059 
Construction 53.084 53.089 S0.005 $1.105 = : . 7 
Other $1255 $1,285  $0.030 $0.451 ee ae NTE: 31-Dec-21 
Contingency $0.155 $0.095 (SO0.060) $0.000 4 Construction Change Order 0% 
otal 34.700 34.700 31.615 Design as Percent of Construction: 7% 
Ber eo EE: WESTER beeeey Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.275 NA $0.180 
Construction NA $1.430 NA S0.000 Anticipatedicompletion at NIP: NA 
Other NA $0.530 NA S0.040 # of fe late: 
Contingency NA $0.050 NA $0.000 CUNO MEN State: NA 
Total NA $2.285 NA $0.219 % Construction Change Order: 0% 
ht . - : Design as Percent of Construction: 19% 
pec oter EE SEALS Peeacy Other as Percent of Construction: 37% 
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Budget Spent 

Initial Projected Difference To Date 

Design S0.294 $0.294 S0.000 S0.227 

Construction $0.974 $0.974 $0.000 $0.000 

Other S0.845 $0.845 S0.000 $0.154 

Contingency $0.097 $0.097 $0.000 S0.000 

Total $2.210 $2.210 50.380 
PTSID: 2602M TYPE: TRAFFIC Legacy 
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Advertise NTP Complete 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


31-Dec-21 


% Construction Change Order: 0% 
Design as Percent of Construction: 30% 
Other as Percent of Construction: 87% 


FFY 2021 PROJECTS 
Insert A 


FFY21 


FFY21 
a6 TT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: lov~2 
Design NA $2.360 NA $1.999 
Construction NA $32.300 NA $0.000 Anticipated Complétiont NIP: NA 
Other NA 53.950 NA $0.210 ; 

: # of months late: NA 
Contingency ae 52.000 Ne 30.000 % Construction Change Order: 0% 
Total NA $40.610 NA $2.209 : e 

. Design as Percent of Construction: 7% 
PISID: 2003F EEE ENIDSe beeeey Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA 55.800 NA $0.784 
Construction NA $120.000 NA $0.000 mniciparedtCanipletione etn e: NA 
Other NA $12.200 NA $0.135 er Oar elate: NA 
Cone etc De 512.000 Ne 20.000 % Construction Chan e Order: 0% 
Total NA $150.000. = NA $0.919 oe 6 i : 
Design as Percent of Construction: 5% 
Pie etal OE SEINIBISE Ese), Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $5.139 NA $0.577 
Construction NA $64.125 NA $0.000 ae : : 
Other NA $18.611 NA $0.001 ee ee BuNIP: i: 
Saeco ei peer a eyes % Construction Change Order: 0% 
. - : Design as Percent of Construction: 8% 
pIsIp -2003M RE BRIDGE Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.876 NA $0.410 
Construction NA $2.800 NA $0.000 Rntcibatedi Came levionractiie: NA 
Other NA $0.524 NA S0.035 ‘ 
; # of months late: NA 
Contingency NA $0.300 NA $0.000 og Consifliction Chanee Order: 0% 
Total NA $4.500 NA 50.444 : a 
Design as Percent of Construction: 31% 
SUE racelts URE Ae RIDGE ESpaey Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $3.717 NA $0.950 

Construction NA $63.304 NA $0.000 ee ‘ : 
Other NA $11.480 NA $0.106 ee ee aes ie 
Ser 8 oo ue ae % Construction Change Order: 0% 
. - : Design as Percent of Construction: 6% 
pieIp 202 TRE: BEIGE pseaey Other as Percent of Construction: 18% 


A- 45 


FFY21 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.250 NA $0.925 
Construction NA $13.000 NA $0.000 yo : : 
Other NA $4.865 NA $0,121 ebrdadorer micas a NUE We 
Contingency NA $0.652 NA $0.000 Sraare ain change Grice 0% 
Total NA $19.767 NA $1.046 : ie 
- Design as Percent of Construction: 10% 
ie eae UTES EDS Eee Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.530 NA $0.371 
Construction NA $0.600 NA $0.000 Anticipated Completionvat NTP: NA 
Other NA $0.854 NA $0.218 Hot ihe late: 
Contingency NA $0.060 NA $0,000 Seale nema NA 
: : % Construction Change Order: 0% 
Total NA $2.044 NA $0.589 ; : 
- Design as Percent of Construction: 88% 
pISIGe peeat TEE ERIESE Eseacy Other as Percent of Construction: 142% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $2.020 NA $1.224 
Construction NA $9.000 NA $0.000 Anticipated Completion at NTP: NA 
Other NA 53.070 NA S0.386 # of etna 
Contingenc NA $0900 NA §0.000 eee Ne 
cuales ; : % Construction Change Order: 0% 
Total NA $14.990 NA $1.610 ‘ ae 
Design as Percent of Construction: 22% 
HUSUS OEE RES PRIBGE ESpaey Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.618 NA $0.494 
Construction NA $5.700 NA $0.000 a , ; 
Other NA $1.666 NA $0,211 ital o ae SE Ne HA 
eae a reas a eee % Construction Change Order: 0% 
- : . Design as Percent of Construction: 11% 
piSIpS 0328 VRE BRIDGE paced Other as Percent of Construction: 29% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.060 NA $0.000 
Construction NA $1.550 NA $0.000 poe . ; 
Other NA $0.340 NA $0.000 ere poe oA 
CORUPBENEY, ue $0.050 ne $0.000 % Construction Change Order: 0% 
Total NA $2.000 NA $0.000 . 2 
= Design as Percent of Construction: 4% 
Rglb eee NEES Ley EMENT beeeey Other as Percent of Construction: 22% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.065 NA $0.000 
Construction NA $1.800 NA S0.000 Artie parcd-completionaunie: NA 
Other NA S0.380 NA S0.000 ; 
Contingency NA $0.080 NA §0.000 OS UN OTANS else? NA 
Total NA $2.325 NA $0.000 % Construction Change Order: 0% 
ots - - : Design as Percent of Construction: 4% 
PURE UES MES! Eeeac Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.060 NA $0.000 
Construction NA $1.150 NA S0.000 Anticipated Completion-at NTP: NA 
Other NA S0.270 NA $0.000 5 
Contingency NA $0.050 NA $0.000 OE MONS late: NA 
Total NA $1.530 NA $0.000 % Construction Change Order: 0% 
ord : : : Design as Percent of Construction: 5% 
piste ene ASE race MEMENT, Lebacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.399 NA $0.160 
Construction NA $4.100 NA S0.000 Anticipated Completion:at NTP: NA 
Other NA $1.051 NA S0.007 s 
Contingency NA $0.450 NA $0.000 Oy CIN EN NA 
Total NA $6.000 NA $0.167 % Construction Change Order: 0% 
ois : : Design as Percent of Construction: 10% 
SIEBER UNS PANEL pracy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L12=Dec=20 | 
Design NA S0.035 NA $0.022 
Construction NA $0.353 NA S0.000 Anticipated’ Completion at'NTP: NA 
Other NA $0.221 NA $0.011 # of be fates 
Contingency NA $0.035 NA $0.000 OE Men ete: NA 
Total ; NA $0.644 NA $0.033 % Construction Change Order: 0% 
or : - - Design as Percent of Construction: 10% 
pial 2eee RE p ae ee ME beeacy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30- Zi 
Design NA $5.400 NA $3.064 
Construction NA $30.200 NA $0.004 Anticipate completionrat NTP: NA 
Other NA $17.776 NA $2.582 , 
Contingency NA $3,000 NA §0.000 Eaton te EM NA 
Total NA $56.376 NA $5.649 % Construction Change Order: 0% 
ots : . Design as Percent of Construction: 18% 
PTSIp: 00505 ese Sue teh) Eeeacy Other as Percent of Construction: 59% 
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STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.348 NA $0.568 
CODER HERON bal $7.000 bias 50.000 Anticipated Completion at NTP: NA 
Other NA 53.602 NA $0.051 : 
Contingency NA $0.700 NA §0.000 GL Monts tate: NA 
Total NA $12.650 NA $0.619 % Construction Change Order: 0% 
2 . : . Design as Percent of Construction: 19% 
PPB nee TEE, OLE RMINATER Leeaty Other as Percent of Construction: 51% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.400 NA $0.000 
Construction NA $2.900 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $0.891 NA $0.000 , 
Contingency NA $0.350 NA §0.000 AST MOUe Sate NA 
Total NA $4.541 NA $0.000 % Construction Change Order: 0% 
as : - Design as Percent of Construction: 14% 
pip coo! EEE ee Eveery Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28—Dec-20 
Design NA $0.416 NA $0.253 
Construction NA $3.117 NA $0.000 Anticipated Completioncat NTE: NA 
Other NA S0.947 NA S0.047 tof Bette: 
Contingency NA $0.294 NA $0.000 uuu NA 
Total NA $4.774 NA $0.300 % Construction Change Order: 0% 
oe . : - Design as Percent of Construction: 13% 
pee INDE TRS Eoeacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22—Oct—20 | 
Design NA $0.226 NA $0.000 
Construction NA $2.019 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $0.630 NA $0.008 : 
Contingency NA $0.125 NA $0.000 SE IQGN EDS Nate NA 
Total NA $3.000 NA $0.008 % Construction Change Order: 0% 
os . . Design as Percent of Construction: 11% 
pISIDS 20038 IEE DOUG ESeecy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.125 NA $0.065 
Construction NA $1.700 NA $0.000 Anticipated’ Completion ac ntP: NA 
Other NA $0.925 NA S0.003 # of Welaea: 
Contingency NA 0.250 NA $0.000 OE Sate) NA 
Total NA $3.000 NA $0.068 % Construction Change Order: 0% 
. : Design as Percent of Construction: 7% 
Ce eee CE RAEIS precy Other as Percent of Construction: 54% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.613 NA $0.466 
Construction NA $1.742 NA $0.000 Be . ; 
Other NA $0.777. NA $0.015 eau ea ay: ae 
Contingency NA $0.191 NA $0.000 : ee ee ; H 
Total NA $3,323 NA $0.481 % Construction Change Order: 0% 
. . : Design as Percent of Construction: 35% 
proll 0i02u PEP SRO EE’ boeacy Other as Percent of Construction: 45% 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR A 25 Fs ea My gs 
0153E Capron Road Bridge No. 792 (70A) SMI A 10 Ee ae Me 22 
0145B Carolina Bridges (57F) CHA; RIC A 30 ae aay Nem 457 
0183B Central Street Bridge No. 449 (70B) NSM A 6100 SS BSAC S50 
0144E Harbor Junction Bridge No. 131 (57E) PVD A 10 == aa Ree og34 
0166J Mussey Brook Bridge No. 380 (56C) LIN 2 10 Ee em Bey 512 
0171B Newman Avenue Bridge No. 224 (57D) EPR A-2 ll 
0031N Old Sakonnet River Bridge Demolition (Superstructure) PORT TAY A-2 0 1 Sep-16 Feb=17) Sepa) g94 
0143U Pawtucket Area Bridges (53B) PAW 2 01 it Mem Meme 357 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR A-2 ll 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD A360 44) = S21 
0012R Providence River Pedestrian Bridge PVD 3 60§60 kt az Bem $170 
0012N Ramp El Bridge No. 1083 (56A) PVD BSB 01 kt ea EE 905 
0118A_ Slatersville Stone Arch Bridge No. 273 (70C) NSM 3B 0 i i Ham 331 
0156C South County Freeway Bridge No. 686 (52A) WAR A3 10 ht ta Cae 7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE;RIC A4 20 See Gi Gm 5 
0009N Washington Bridge North No. 700 (57A T - J) EPR; PVD A-4 0 >= Ey | 0 SOis129 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP; RIC 4 20 i a Hm 17 
17 13 $98 
PAVEMENT 
0172C 4R Improvements to Smith Street PVD Oe i” Ham 334 
0165X High Street & Kingstown Road Improvements SKS A-6 0 0 Mar-16 Jun-16 AU $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A660 0 0 SS i386 
0078U Providence - Downtown Improvements, C-3 eve A-7 0 0 Mar-16 Jul-16 Dec-17 $2.6 
0076N Route 107 1R Improvements BUR Ty 00 i am Reem 327 
0139H Route 138 Improvements SKS A-7 0 0 as 2=6CCSSC‘é‘St0ts 
0055K Statewide Resurfacing C-2, 2017** crarnorsnsM? A7 = 0 0 i i 523 
0007F Two Mile Corner Reconstruction MID A-7 0 0 Jan-16 Apr-16 Sep-18 $8.4 
00 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE AS 0 0 fi? Mi Gm 317 
0091K Coronado Road Pedestrian Enhancements Wek A-8 0 0 Jan-16 May-16 May-17 $2.3 
0102) East Bay/South, C-6 - STC STATEWIDE = AS) 0 ME Gus 
0153R Memorial Blvd. & Francis Street Improvements eve A-8 0 0 Dec-15 Mar-16 Jun-17 $1.6 
0071V Mineral Spring Avenue HSIP NPR AQ 00 Geaeie Mayete Gi 521 
0080D Pedestrian and Intersection Safety Improvements - STC wit BAR/BRI/JOH;N AQ QO Beeta Peete O13 
Tr 
0153N Route 102 & Route 117 Improvements - Roundabout cov;scr;wcR ~.g 6) 0s (ss Ci; 
0116S Statewide LED Retrofit Project STATEWIDE AQ 6lUlQl Dl i 0S 40 
0072K Traffic Signal Optimization, C-2 STATEWIDE 6 AG) lO S10 
0071T Warwick - HSIP WAR 00600 06 AS g05 
0 0 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD Bs lO i i Hm 112 
0 $1 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 

OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A4 0 0 f=? Gime Seem $02 
0084Z Crack Sealing - North & East, 2016 STATEWIDE AA 0 0 fs (Gt Gepme $02 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE A5 0 0 fez (RE Sep $02 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS;RIC A-5 0 0 Mar-16 Jun-16 Sepa = 507 
0132G Portsmouth Maintenance Facility POR 5 00 = a ME $62 
0084G Rubberized Asphalt Chip Seal 2016 cuM;cLo;HoP AS 600 0 0S 0S 1.2 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A5 86) Os MES i PS )=l C21 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 BAR;CRA;comE Ag = 0 ENG ERE GEM 3.1 

P; JAM; JOH; LIN 

7NKS;NPR;NPT; 

NSM; PAW; POR; P 

VD;RIC;SMI;TI 

V;WAR; WES;WGR 

7;WST 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE AG 06) 0 MS is «= G17 

$16 

Number of In design Advertised In Construction Complete Total 17 13 $160 
Projects: 0 0 0 46 46 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A110 fz Bae 1-21 $70 
0114L Central RI Bridges - Group 12 (29 Bridges) ert O28 Sep-17 Jan-18 Nov-19 460 
C;WAR;WGR;WST 
0114S Cumberland |-295 Corridor Bridges (37T - |) CUM A 640 x= BSS 8 Re s160 
0168H Hope Valley Bridges (69D) CUO OEY. Ae | al Oe 
0143W Horton Farm Bridge No. 472 (57M) EPR Nn1t i Hi Bam 3137 
0013M 1-195 Corridor Bridges (77) EPR; PVD 2 23 a Ee OR o$128 
0114U 1-295 Bridges Contract 2 JOH 12 6 0 Sea Mees 8 gus 
0414T 1-295 Bridges Contract | CRA 2 40 i es $193 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A12 4 0 [RR 6 ofr 21 $210 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 WAR M2 20 a Maem May-21 $193 
0114N Oxford Street Bridge No. 653 (2T) PVD AB 10 = Has Bem 29 
0016J Pine Street Bridge No. 548 (31) PAW Bn 10 i i Emm 372 
0027B Reconstruction of the Route 6/10 Interchange END A133 9 O May-17 Dec-17 ‘Nov-23 $268.7 
0013L Route 146 Corridor Bridges (38) NSM RB 20 i Es eam 374 
0014F Simmonsville Bridge No. 326 (57C) JOH A133 10 oe Gee 6 lsc 
0168C Victory Highway Bridge No. 589 (71) WGR “n1}s =? i Ha s123 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOP;RIC A144 10 ze Gee 86 121 
40 36 $470 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-16 0 0 Sep-17 Jan-18 Gare 1.1 
0007C East Main Road 1R Improvements BOR A-16 0 0 Dee-16 Apr-17 Bees «= s66 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR st 00 i Hi GH 307 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW ts) i Ham 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A16 0 0 Sep-17 Feb-18 AUS $5.3 
0081K Pavement Preservation to Rt 1A (Newport Ave) Ea A-i17 = =— 0 (0 Sep-17 Jan-18 5331 
0081W Route 146 Improvements LIN;NPR;PVD ~A17 0 0 Fo? Ee | 6 lta 
0081R Route 24 Improvements POR TT kt ey tam $52 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR A-17 0 0 Seerie Jan-17 Mees 
0173S Snell Road Improvements LCM A117 = 0 (0 Jul-17 octet em $09 
0173Z US Route 6 Hartford Ave JOH; SCI 8 00 ki i HM s60 
0165V Woodville Road Improvements HOP; RIC A-18 0 0 Aug-17 Zee] Bees 524 
0 0 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A19 0 0 ma Se Meee 400 
0025F Cranston - Local Safety Improvements CRA A-19 0 0 Aug-17 Nov-17 RO 8405 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-19 0 0 Sep-17 Jan-18 Jun-19 $1.6 
0025J High Friction Surface Treatments 2016 See TEWIPe A19 0 0 Jan-17 Apr-17 Beem 406 
0073Z HSI!P-Intersection Safety Improvements to Route 108 at Cu SKS A19 0 0 Sep-17 Jan-18 Sepa) 407 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv ¢L° A-20 0 0 Beneie) Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, Johns JOH#NPT;WAR  A-20 0 0 Sep-17 Jan-18 Novem 1.1 
0025P Statewide Road Diet 2017 STATEWIDE A20 0 0 Ge SG AOR 06 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE «6 A200 00k Ot 
0 0 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
TAP/OTHER 
0021U Blackstone Bikeway 8C NSM; WNS 18 00 f= |= | SCég28 
0006A Rhodeworks Toll Facilities STATEWIDE A148 0 0 [BSHMO (RSM vec-21 $455 
0 0 $48 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS 8 00 i _ Ez Say $02 
0 0 $0 
OPERATING 
0084C 2017 Crack Sealing Limited Access STATEWIDE A440 0D OC SCiéS025 
0084B 2017 Crack Sealing North and East Regions STATEWIDE A440 Ol CCdCiéS0S5 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE 6 A144 00 0l kG 
0086Y 2017 Paver Placed Elastomeric Surface Treatment EN RICreSPT ANG 10/0 Apr-17) = Sun-17— ss Dec-17— $1.2 
0086X 2017 Rubberized Asphalt Chip Sealing COVERT A150 Apr-17 Jul-17- = Jun-18 = §2.0 
0073M 2017-2018 Statewide Pavement Striping -North eae. oo | lO 
M; PAW; SMI; WNS 
0201V I-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR ~15 718 Mey) Gi Maye 353 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A145 0 0 —o— Sy BUSH fi9 
7 18 $14 
Number of In design Advertised In Construction Complete Total 47 54 $589 
Projects: 0 0 5 44 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR EGR PREM A. OF eo Bee Bee 75 
0013P Bridge Group 06 - PVD PVD A21 07 oe ees Mae i738 
0013G Bridge Group 09 - CRA, JOH CRA; JOH Aa 069 as es My 327 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD 21 07 es Ss Me hs 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN ~-21 0 18 (Gems) (GGtEis GSR $65 
0015A Bridge Group 15B - Aquidneck Island mip;waR/NPT:N A220 20 i 55 
0017E Bridge Group 16-13 - Woonasquatucket Br PVD A22 10 (SG feeete Gi 467 
0114V Bridge Group 35T-8 - 1-295 C-3 JOH A22 2 0 [ER GR ooct-22) $107 
0017G Bridge Group 38C - Geneva Pond PVD A22 10  MeyEs emis MOM 326 
0114J Bridge Group 38T-12 - Rt 146 Farnum Pk NSM A2 02 Has GE 8 sun-22 $100 
0015B Bridge Group 46A - Lafayette Rd NKS A233 10 Res Ses Me $63 
0145Q Bridge Group 48A - Howard Rd cuM B10 HZ > Ba 317 
0143A Bridge Group 57K - Big River WGR 3206 7 == Baw 423 
0201A Bridge Group 58B - Railroad Ave BUR A23 10 = fm Meme 317 
0201B Bridge Group 58E - Barbs Hill Rd cov 23 10 is as Bem s5 
0194C Bridge Group 59A - Park Ave RR CRA A24 1 0 (pee) BRAG 8 aus-22 $69 
0014D Bridge Group 59B - Centerville Rd WAR 4 10 Fea ae So 42 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A24 1 0 MRE SRR vec-21 $149 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A24 10 Mayes emis MiG 437 
0170B Replacement of the Park Avenue Bridge No. 480 Superstru CR& A-24 1 0 Jul-18 Sep-18 Nov-20 $2.0 
13 70 $110 
PAVEMENT 
0012Q I-195 Relocation - C-17 - Waterfront Parks PVD A2 00 Be Saat Se 61 
0012T |-195 Relocation - C-18 - Gano St PVD 26 «40 (006 6S S1.6 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A27)60O0 0S «MS (sss i527 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A27 600 (0) SS g23 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI A227 00 == Ts ferme 414 
0130E Rt2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA Tits) ki i= Bem ws 
0061A Rt44-C-3B (RIDOT Maint Facility- W. Greenville Rd) SLO SMI aziosese ki i Hw 375 
0138B Rt6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH A232 00 == Ti Cm 413 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 Caen INN ADS. 0 Jun-18 = Oct-18 = Oct-19 $0.9 
R 
0025K 2018 Intersection Safety Improvements - Statewide BorverrsLIN;? A280 0 lis 
0011E Aquidneck Avenue HSIP MID A209 0 0 Seems Neves 86M S05 
0076Z Aquidneck Avenue Improvements my A-29 0 0 Dec-17 Feb-18 Aug-19 $1.8 
0072Z HSIP - Rt 1, S. County Median Guardrail CHA; WES 2 00 as as Mem 322 
0025N Intersection Safety Improvements 2017 Statewide a ee Feb-18 May-18  Sep-19 $21 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-29 0 0 Mar-18 Jun-18 Jun-20 $7.3 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro 5“! A-30 0 0 Jul-18 Oct-18 Cm 8406 
0071P Metacom Avenue - HSIP BRL; WRN A-30 0 0 Aug-18 Oct-18 Feb-20 $3.1 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr “SM! WAR 30 (lll Cds 


A-54 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0091S Roadway Departure Mitigation - Systemic High Friction Surf CRA* GLO A3006(0 0 CSC ACO lg08 
0073S Rt 146 Guide Signs - C-1 - North NSM A30 0 0 Genes Meee Ge ft5 
0162A SRTS - C-1 (Cra, Epr) CRA; EPR wa 00h rs Ram 
0080H STC - Allens Avenue at Terminal and Ernest PVD A-31 0 0 Feb-18 May-18 May-19 $0.8 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR/CUMZEGR;J A310 0 Gan-18 Sep-18  Dec-19 416 
V;WAR;WST 
0 0 $27 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 wns A238 0 0 (eEEms Gane 86S g25 
0026P Trestle Trail Bridges - West cov 8B 600 EE = Tg 323 
0 0 $5 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE A225 00 Ea Ee Cae 403 
0105F 2018 Crack Sealing North and East Regions STATEWIDE A265 0 0 eCE” MS § 86BSpee 407 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE A256 00 (Ol SE ss PS CCéGS 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1  JAM/NSM/SCT;N A256 0 0 Beet «= Sees S12 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 ee A-25 0 0 May-18 Aug-18 Beem 8 $20 
0105E 2018 Rubberized Asphalt Chip Seal C-1 BuR;covicumsF A26 0 0 i i = si4 
0105A 2018 Rubberized Asphalt Chip Seal C-2 eee Ae: 0 0 ms ase 15 
0131L Salt Storage Facility - Portsmouth POR C6 0 7 == Hmm 112 
00 $9 
Number of In design Advertised In Construction Complete Total 13 70 $178 
Projects: 0 0 - 49 53 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY19 
BRIDGE 
0013A Bridge Group 01 - PVD PVD A32 0 5 MRE GERM sep-22 $152 
0013N Bridge Group 03 - I-95 PAW 32 01 a Ba ul-22) $103 
0114W Bridge Group 12A - Sandy Bottom cov A32 1 0 [ER GR oct 23 952 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI en hee Ae CC ile 2163 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI PosrvOnrEyDre AQ2 0115 esi BC( ile 2188.2 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI SONG ENN h23- 10.46 Sepa, Deer) $4.0 
0031Y Bridge Group 18B - EGR, NKS EGR; NKS A33 011 Meo aoa $2.8 
0114X Bridge Group 40A - Hawkins PVD 33 10 =? Seem $2.2 
0015D Bridge Group 40B - Bath St East PVD 3 10 = ay $2.4 
2601G Bridge Group 44A - Silver Creek BRI 33 1 0 Bea 8 BaeRS $3.1 
2601E Bridge Group 51A - Rt 37 C-2 CRA; WAR A34 86411 ERE GRD = omay-23 $604 
0143C Bridge Group 54A - Kingston Rd Bridge RIC A346 1 (0 ES i Ciiin-22s $146 
0156D Bridge Group 58A - Division St EGR A34 861 0 ES = Nov-22 $157 
0014M Bridge Group 62 - Manville Br cuM A34 10 [i ER otec-21 ~— g70 
12 82 $152 
PAVEMENT 
0105H 2018 Crack Sealing South and Central Regions C-2 STATEWIDE A350 600 (00love 
2602B 2019 Crack Sealing North and East Regions C-1 STATEWIDE §A35 0 0 Ke iG GSE $07 
2602C 2019 Crack Sealing South and Central Regions C-1 STATEWIDE 6 A350 ES) O07 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 COV;CRA;CUM — A-35 0 0 Jan-19 Apr-19 S18 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 per ene A-36 0 0 Jan-19 Apr-19 a g33 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 BRTVBPR;JOH/SA36 0 0 a he ew sis 
2601Z 2019 Rubberized Asphalt Chip Seal BUR;NSMRIC A364 400 0 | = 0=— SC BEG17 
2601C 2019 Rubberized Asphalt Chip Seal C-1 BURGLO;SCI 36 0 0 FS a RE 312 
0004D Broad St Regeneration CFA;CUM/PAW ~.36 600 00 |=— = RM un-23 $13.10 
0173G Central Pk & Battey Meetinghouse Rd SCI wT 0 Zt >_> am 333 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) cov 3a 06hlO0 S08 
0055L Old Tower Hill Rd (Rt 108 - Rt 1) SKS wT 0 Zz > Ba 323 
0050A Pell Bridge Ramps - Phase 1 MID; NPT A370 0 0S «BS (MC iec-21 $6.3 
0076R Rt 44 - Taunton Ave (Rt 14/114 - Mass S/L) EPR A376 0 0 Ss i ay-21— $33.0 
0081Y Rt6 - (Rt 102 - Rt 101) SCI A338 00 Se Ee Me 462 
0081J Rt78(Rt1-Conn SIL) WES A330 60 0 SC Cg3,4 
0 0 $49 
TRAFFIC 
0192J High Friction Surface Treatment - |-95 Curves Pawtucket, R PAW A38 0 0 May-19 gul-19 GG s1.8 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE A-38 0 0 Nov-18 Fepa19) Reems. 
2601U SRTS - C-1A (Bar) BAR A338 #0 006 6S CCC 1 
0162G SRTS - C-2 (Nar) NAR 39 00 ED a Mee 413 
0162H SRTS - C-3 (Smi, Wns) SMI; WNS A3906C«t0l lS C122 
0080E STC Misc Improvements 2018 covicumtiniN A396 60 0 si 
I;WAR 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 


R P Advertise NTP Sub Complete Budget (SM) 


2601H STC Misc Improvements 2019 COV;EPR;HOP;J A399 0) Eo Ea Me sis 


OH; LIN; NPR;NS 
M; POR; TIV; WES 


7WGR 

0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance PVD “a 0l0l Ll) l29 
0131M Salt Storage Facility - East Providence EPR Ss 00 i i Hm 321 

0 0 $5 
Number of In design Advertised In Construction Complete Total 12 82 $217 
Projects: 0 0 14 25 39 


PTSID Project Name 


FFY20 


BRIDGE 
0013R Bridge Group 10 - |-295 


2601A Bridge Group 43A - Mohegan 

0017B Bridge Group 49 - Henderson 

0145C Bridge Group 53 - Union Village RR 
0018B Bridge Group 75T-5 - I-95 Viaduct NB 


PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 


2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 
2603A 2020 Rubberized Asphalt Chip Seal C-1 


0078V ADA Improvements to Greene Lane 

0079P Danielson Pk (Rt 102 - West Greenville Rd) 
0082D 1-95 (Charles St - Lonsdale Ave) 

0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) 
0172N Rt 1A, Old Post Rd Charlestown 

0079B Rt5- Lambert Lind Hwy C-1 (Mayfield Ave - I-95) 


TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements 


2603P HSIP - Crosswalk & Signal Improvements 2020 


0153K HSIP - Intersection Safety Improvements - 2020 
2601Y HSIP - Roadway Departure Mitigation - 2020 
00701 HSIP - Signalization of Allens Ave. C-5 

2602L STC - 1-295 SB at Bald Hill Rd 

2602M STC Improvements - 2020 


Locations Page 


SMI A-40 
BUR A-40 
EPR; PVD A-40 
NSM A-40 
PVD A-40 


CRA;EXE;HOP;P A.4{ 
VD; RIC; WES; WG 
R 


COV; JOH; SMI;W A.44 
ST 


COV; POR;RIC;S A.44 
cI 


MID A-41 
SCI A-A1 
PAW; PVD A-42 
SCI A-42 
CHA A-42 
CRA;WAR A-42 


CRA; POR; PVD;R A-42 
IC;WAR;WGR 
CRA;MID;NKS;N A-43 
PT; PVD; WRN; WS 

T 


PVD A-43 
STATEWIDE A-43 
PVD A-43 
WAR A-43 


NAR; NKS;NPR;W A-44 
ES 


Number of In design Advertised In Construction 


Projects: 0 2 11 


Complete 


Total 
8 21 


BRIDGES 
R P 


Schedule Construction 

Advertise NTP Sub Complete Budget (SM) 
a iJan-21 Jul-22 $13.0 
Mereao GD jtr23 60 
MeRE2G  SEADul-25 $66.0 
a ory, 
Novem )=— GAD sep-25 $213.2 
$302 

Feb-20  Jun-20 $1.4 
Feb-20 Apr-20 $1.6 
Feb-20  Apr-20 $1.3 
Nov-19  Jan-20 $1.5 
Oct-19 = Mar-20 $4.8 
Nov-19  Feb-20 $4.5 
Nov-19  Jan-20 $1.6 
Jul-20 — Sep-20 $0.9 
a rrr 
$32 

Geo Dun 22 1.5 
a ne 
ReSe20 «= OSEEADCitec-21 $0.9 
Meo e823 
BpeE2O Dec 21 $33.1 
BSpB20 Jan-21 May-21 $14 
Geo) BSED e21 $1.0 
$12 

$345 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY21 
BRIDGE 
2603F Bridge Group 32 - 1-95 CRA; PVD A455 2 2 WOMBQO Mar-21 May-24 $393 
2603N Rt 146 Reconstruction a NPR; NSM; P A-45 1 4 Jul-2 ‘Dec-21 Aug-26 $120.0 
2603M Bridge Group 04_R - Huntington CRA; PVD A45 6 0 Sep-21 ‘Dec-21 Nov-24 $64.1 
2602X Bridge Group 45C_H - Cottrell WES A45 1 0 Sep-21 ‘Dec-21 ‘Jun-23 $2.8 
0013D Bridge Group 51B - Rt 37 C-3 CRA; JOH A45 6 1 Jun-21 Jan-22 Nov-26 — $63.3 
0139D Bridge Group 54B - Rt 138 Kingston Station RR SKS A46 1 0 Aug-21 Nov-21 Dec-26 == $13.0 
0201L Bridge Group 57J - Browning Mill EXE A46 0 2 Jan-21 Apr-21 ‘Dec-21 $0.6 
0014N Bridge Group 59C - Reservoir Ave RR PVD A46 61 0 (BSBA Apr-21 Dec-22 $9.0 
0032B Bridge Group 69E - Hunts Mills a A46 1 0 Aug-21 ‘Dec-21 ‘Nov—-22 $5.7 
19 9 $311 
PAVEMENT 
2604C 2021 Crack Sealing North, South, Central Regions C-1 STATEWIDE A46 0 0 Mar-21 Jul-21 Nov-21 $1.6 
2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 STATEWIDE A47 ~=—0. (0 Mar-21 Jul-21 Nov-21 $1.8 
2604B 2021 Rubberized Asphalt Chip Seal C-1 STATEWIDE A47 =O (0 Mar-21 Jul-21 Jun-22 $1.2 
0083R_ Birch Swamp & Schoolhouse Rd (Market St - Long Ln) a A47 0 0 Mar-21 Jun-21 ‘Jul-22 $4.1 
2604D 1-95 SB High Speed Lane Resurfacing EXE; WGR A470 600 (00S RBs Mar-21 020 Jun-21_— 904 
0050B Pell Bridge Ramps - Phase 2 NPT A47 600 300 BRR Mar-21 0 Jul-24 $30.2 
0 3 $39 
TRAFFIC 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 Pula aa SA48 0 0 Jul-21 Oct-21 Jun-23 $2.9 
0091U HSIP - Intersection Safety - Route 6 & 7 BOS OCH SOTRS AMS: 0 BBS fpr-21 Ss Sep-22— $3.4 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave CRA A480 0 (RBBB Jan-21  Sep-21 $20 
2603S HSIP - Roadway Departure Mitigation - 2021 al LIN; SMI;W A-48 0 0 Feb-21 Jun-21 ‘Dec-21 $1.7 
0162D SRTS-C-4 (Wrn) WRN A4Q 0 0  Feb-21  May-21 Oct-22 $47 
0 0 $11 
STORMWATER 
2601W Rt 1 - Post Rd (NKS) - Drainage NKS A-48 0 0 Jan-21 May-21 ‘May-23 $7.0 
0 0 $7 
Number of In design Advertised In Construction Complete Total 19 12 $368 
Projects: 15 6 0 0 21 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Milestone 


Quarter Quarter 


Last Current 


+/- 


Comments 


2603N Rt 146 Reconstruction Advertising and NTP dates revised due to change in project delivery method. 
Advertise 12/31/2020 7/31/2021 a 
NTP 9/30/2021 12/31/2021 RA 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) Permitting Delay 
Advertise 2/28/2021 3/31/2021 aa 
0013D Bridge Group 51B - Rt 37 C-3 Delay due to Section 106 and NEPA coordination and change to a two-step 
procurement process. Advertise, NTP, and Substantial Completion dates adjusted to 
reflect revised schedule. 
Advertise 11/30/2020 6/30/2021 ee 
NTP 6/30/2021 1/31/2022 
Substantially Complete 6/30/2026 11/30/2026 (Ba 
0162D SRTS - C-4 (Wrn) Delay due to the lack of a state approved budget. 
Advertise 11/30/2020 2/28/2021 ie 
NTP 2/28/2021 5/31/2021 
2603F Bridge Group 32 - 1-95 Accelerated Advertisement 
Advertise 12/31/2020 11/13/2020 4B 
0091U HSIP - Intersection Safety - Route 6 & 7 Delay due to re-advertising the project with the new e-procurement system 
Advertise 9/18/2020 ee | 
NTP 12/31/2020 4/30/2021 
Substantially Complete 6/30/2022 9/30/2022 ING 
0050B Pell Bridge Ramps - Phase 2 Accelerated Advertisement 
Advertise 12/31/2020 11/30/2020 
0170C Baker Pines Bridge No. 593 Schedule change due to final paving moved to Spring of 2021 
Substantially Complete 10/31/2020 7/31/2021 | 273 
0017B Bridge Group 49 - Henderson Achieved NTP 
NTP 10/31/2020 10/29/2020 INA 
0153K HSIP - Intersection Safety Improvements - 2020 Accelerated NTP 


NTP 


11/30/2020 10/29/2020 NSA 


0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) 


Substantially Complete 


5/31/2021 ea 


11/30/2020 


Adjusted Substantial Completion to reflect revised schedule due to project resources 
not allocated appropriately. 


0006A Rhodeworks Toll Facilities 


Substantially Complete 


Complete 
0013F 


12/31/2020 12/31/2021 6B 


Bridge Group 05 - EGR, EXE, WAR, WGR 


Schedule was extended due to the addition of a toll location at the Providence 
Viaduct. 


Accelerated Completion 


Substantially Complete 12/31/2020 10/8/2020 NB 

0015A Bridge Group 15B - Aquidneck Island Accelerated Completion 
Substantially Complete 5/31/2021 11/23/2020 489 

0114X Bridge Group 40A - Hawkins Accelerated Completion 
Substantially Complete 10/31/2021 10/1 4/2020 (82 

0015D Bridge Group 40B - Bath St East Achieved Completion 
Substantially Complete 12/31/2020 12/1 5/2020 (6 

2601G Bridge Group 44A - Silver Creek Accelerated Completion 
Substantially Complete 12/31/2020 11/1 7/2020 a 

0015B Bridge Group 46A - Lafayette Rd Delay due to work being combined with adjacent project 
Substantially Complete 10/31/2020 11/1 0/2020 

0145Q Bridge Group 48A - Howard Rd Accelerated Completion 
Substantially Complete 6/30/2021 1 2/14/2020 (88 

0145B Carolina Bridges (57F) Accelerated Completion 
Substantially Complete 5/31/2021 11/1 2/2020 (200 


Schedule Changes Since Last Quarter 


Milestone 


Last 


Current 
Quarter Quarter +/- 


Comments 


2601Y HSIP - Roadway Departure Mitigation - 2020 


Accelerated Completion 


Substantially Complete 5/31/2021 10/1 6/2020 NBB7 

0114T 1-295 Bridges Contract | Accelerated Completion 
Substantially Complete 5/31/2021 12/1 5/2020 er, 

0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Accelerated Completion 
Substantially Complete 10/31/2020 6/23/2020 ABO 

0170B Replacement of the Park Avenue Bridge No. 480 Superstructure Accelerated Completion 
Substantially Complete 11/30/2021 11/5/2020 (390 

0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) Accelerated Completion 
Substantially Complete 6/30/2021 10/27/2020 (246) 

0172N Rt 1A, Old Post Rd Charlestown Achieved Completion 
Substantially Complete 12/31/2020 12/14/2020 

0131M Salt Storage Facility - East Providence Achieved Completion 
Substantially Complete 10/31/2020 10/1 4/2020 7 

0162G SRTS - C-2 (Nar) Accelerated Completion 
Substantially Complete 6/30/2021 __ 11/2/2020 B40) 

2601H STC Misc Improvements 2019 Accelerated Completion 
Substantially Complete 6/30/2021 11/1 3/2020 (239) 


Budget Changes Since Last Quarter 


PTS NAME Last Current +/- 

Quarter Quarter 
In Construction 
0153K —_ HSIP - Intersection Safety Improvements - 2020 $1714 $1656  [GOIO5BY) Revised for NTP budget 
Subtotal ($0.058) 
Complete 
0025S 2018 Roadway Departure Mitigation - C-1 $1.796 — $1.632 ~ ($0.165). Revised for project closeout 
0079P Danielson Pk (Rt 102 - West Greenville Rd) $6.421  $6.080  {GOIBAR) Revised for project closeout 
0143W Horton Farm Bridge No. 472 (57M) $16.602 $17.145  RSOIBMBI) Budget increase due to additional concrete deterioration 

discovered during construction. 

0088A _ 1-95 Resurfacing (Rt 2 to Service Avenue) $8.817  $8.017 ($0.80). Revised for project closeout 
0081D — Improvements to US Route 1 (South Kingstown) $7.123  $6.756 ~ ($0.367). Revised for project closeout 
0081W Route 146 Improvements $7.893 $5840  [GA058)) Revised for project closeout 
0073S — Rt 146 Guide Signs - C-1 - North $3.100  $3.014 [GOIOBEY} Revised for project closeout 
0080C STC - Statewide Pedestrian and Intersection Safety Im $2.872 $2677 ~ ($0.195). Revised for project closeout 
0168C Victory Highway Bridge No. 589 (71) $19.048 $16.898 [G2ZM5G)) Revised for project closeout 
0071T — Warwick - HSIP $1.113 $1,061 [GONE Revised for project closeout 
Subtotal ($5.667) 
Total ($5.725) 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0013U Bridge Group 15A - East Bay BRIDGE A-21 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-27 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
2601U SRTS - C-1A (Bar) TRAFFIC A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2601G Bridge Group 44A - Silver Creek BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2601A Bridge Group 43A - Mohegan BRIDGE A-40 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-23 
0076N Route 107 1R Improvements PAVEMENT A-7 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0004D Broad St Regeneration PAVEMENT A-36 
CHARLESTOWN 

0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-42 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-32 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025E Coventry - Local Safety Improvements TRAFFIC A-19 
0168H Hope Valley Bridges (69D) BRIDGE A-11 


PTSID Project Name Type Appendix 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-37 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0026P Trestle Trail Bridges - West TAP/OTHER A-28 
CRANSTON 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603F Bridge Group 32 — 1-95 BRIDGE A-45 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
2603M Bridge Group 04_R - Huntington BRIDGE A-45 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-45 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025F Cranston - Local Safety Improvements TRAFFIC A-19 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave TRAFFIC A-48 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-48 
0114T 1-295 Bridges Contract | BRIDGE A-12 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-24 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-27 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-42 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
CUMBERLAND 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-23 
0014M Bridge Group 62 - Manville Br BRIDGE A-34 
0004D Broad St Regeneration PAVEMENT A-36 
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0114S Cumberland I-295 Corridor Bridges (37T - l) BRIDGE A-11 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland TRAFFIC A-29 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0156D Bridge Group 58A - Division St BRIDGE A-34 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
0017B Bridge Group 49 - Henderson BRIDGE A-40 
0032B Bridge Group 69E - Hunts Mills BRIDGE A-46 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-11 
0013M |-195 Corridor Bridges (77) BRIDGE A-12 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-2 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-2 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-37 
0131M Salt Storage Facility - East Providence OPERATING A-35 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0201L Bridge Group 57J - Browning Mill BRIDGE A-46 
2604D 1-95 SB High Speed Lane Resurfacing PAVEMENT A-47 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
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0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
FOSTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
GLOCESTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-20 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
HOPKINTON 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
JAMESTOWN 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
JOHNSTON 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
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0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0114V Bridge Group 35T-8 - I-295 C-3 BRIDGE A-22 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-45 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0114U 1-295 Bridges Contract 2 BRIDGE A-12 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-28 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0173Z US Route 6 Hartford Ave PAVEMENT A-18 
LINCOLN 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603N Rt 146 Reconstruction BRIDGE A-45 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-24 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-48 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-2 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-27 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
LITTLE COMPTON 

0173S Snell Road Improvements PAVEMENT A-17 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
MIDDLETOWN 

0078V ADA Improvements to Greene Lane PAVEMENT A-41 
0011E Aquidneck Avenue HSIP TRAFFIC A-29 
0076Z Aquidneck Avenue Improvements TRAFFIC A-29 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0007F Two Mile Corner Reconstruction PAVEMENT A-7 
NARRAGANSETT 

0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
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0162G SRTS - C-2 (Nar) TRAFFIC A-39 
2602M STC Improvements - 2020 TRAFFIC A-44 
NEW SHOREHAM 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-47 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
NORTH KINGSTOWN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-23 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
2601W Rt 1 - Post Rd (NKS) - Drainage STORMWATER A-48 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
NORTH PROVIDENCE 
2603N Rt 146 Reconstruction BRIDGE A-45 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0071V Mineral Spring Avenue HSIP TRAFFIC A-9 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
NORTH SMITHFIELD 
2603N Rt 146 Reconstruction BRIDGE A-45 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
26012 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-22 
0145C Bridge Group 53 - Union Village RR BRIDGE A-40 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-1 
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0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0013L Route 146 Corridor Bridges (38) BRIDGE A-13 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-30 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PAWTUCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013N Bridge Group 03 - I-95 BRIDGE A-32 
0004D Broad St Regeneration PAVEMENT A-36 
0192) High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-38 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-12 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-16 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-17 
0143U Pawtucket Area Bridges (53B) BRIDGE A-2 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
PORTSMOUTH 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0007C East Main Road 1R Improvements PAVEMENT A-16 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0132G Portsmouth Maintenance Facility OPERATING A-5 
0081R Route 24 Improvements PAVEMENT A-17 
0131L Salt Storage Facility - Portsmouth OPERATING A-26 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603F Bridge Group 32 — 1-95 BRIDGE A-45 
2603N Rt 146 Reconstruction BRIDGE A-45 
0172C 1R Improvements to Smith Street PAVEMENT A-6 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
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0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-8 

0013A Bridge Group 01 - PVD BRIDGE A-32 
2603M Bridge Group 04_R - Huntington BRIDGE A-45 
0013P Bridge Group 06 - PVD BRIDGE A-21 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-22 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-22 
0114x Bridge Group 40A - Hawkins BRIDGE A-33 
0015D Bridge Group 40B - Bath St East BRIDGE A-33 
0017B Bridge Group 49 - Henderson BRIDGE A-40 
0014N Bridge Group 59C - Reservoir Ave RR BRIDGE A-46 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-24 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-40 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-1 

0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-43 
0070! HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-43 
0013M |-195 Corridor Bridges (77) BRIDGE A-12 
0012Q |-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-26 
0012T |-195 Relocation - C-18 - Gano St PAVEMENT A-26 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-6 

0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
9003E Materials Lab - Quality Assurance OPERATING A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-8 

0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-13 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 

0078U Providence - Downtown Improvements, C-3 PAVEMENT A-7 

0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-3 

0012R Providence River Pedestrian Bridge BRIDGE A-3 

0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-3 

0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-13 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 

0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-31 
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O0080E STC Misc Improvements 2018 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
RICHMOND 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0170C Baker Pines Bridge No. 593 BRIDGE A-11 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-34 
0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
SCITUATE 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-37 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-41 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-27 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-42 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-38 
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0173Z US Route 6 Hartford Ave PAVEMENT A-18 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0013R Bridge Group 10 - I-295 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-1 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-48 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
OO80E STC Misc Improvements 2018 TRAFFIC A-39 
SOUTH KINGSTOWN 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
0139D Bridge Group 54B - Rt 138 Kingston Station RR BRIDGE A-46 
0165X High Street & Kingstown Road Improvements PAVEMENT A-6 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-18 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-19 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-16 
0055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-37 
0139H Route 138 Improvements PAVEMENT A-7 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-14 
0084B 2017 Crack Sealing North and East Regions OPERATING A-14 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-14 
0105C 2018 Crack Sealing Limited Access OPERATING A-25 
0105F 2018 Crack Sealing North and East Regions OPERATING A-25 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-25 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-35 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-35 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-35 
2604C 2021 Crack Sealing North, South, Central Regions C-1 PAVEMENT A-46 
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2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-47 
2604B 2021 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-47 
0153P Bridge End Treatments - HSIP TRAFFIC A-8 
0084S Crack Sealing - Limited Access OPERATING A-4 
0084Z Crack Sealing - North & East, 2016 OPERATING A-4 
0084Y Crack Sealing - South & Central, 2016 OPERATING A-5 
0102) East Bay/South, C-6 - STC TRAFFIC A-8 
0025) High Friction Surface Treatments 2016 TRAFFIC A-19 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-43 
0006A Rhodeworks Toll Facilities TAP/OTHER A-18 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-38 
0116S Statewide LED Retrofit Project TRAFFIC A-9 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-5 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-6 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-15 
0025P Statewide Road Diet 2017 TRAFFIC A-20 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-9 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-20 
TIVERTON 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WARREN 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) PAVEMENT A-47 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0162D SRTS - C-4 (Wrn) TRAFFIC A-49 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-1 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-8 


PTSID 
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0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-48 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-12 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-16 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-42 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2602L STC — 1-295 SB at Bald Hill Rd TRAFFIC A-43 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
0071T Warwick - HSIP TRAFFIC A-10 
WEST GREENWICH 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0143A Bridge Group 57K - Big River BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-47 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-14 
WEST WARWICK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
WESTERLY 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
2602X Bridge Group 45C_H - Cottrell BRIDGE A-45 
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2603T HSIP - Intersection & Crosswalks Central-South - 2021 TRAFFIC A-48 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WOONSOCKET 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-28 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-19 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 


